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Title 136 WAC 


COUNTY ROAD ADMINISTRATION BOARD 


Organization and operation of county 
road administration board. 

Implementation of state Environmental 
Policy Act. 

Public access to information and records. 

Annual certification of good practice. 

Maintenance management. 

Standards of good practice—Vacancy in 
position of county engineer. 

Standard of good practice—Priority pro- 
gramming. 

Procedures for preparation of six-year 
transportation programs. 

Standard of good practice—Annual road 
program, construction report, and day 
labor limits. 

Standard of good practice—Day labor 
construction. 

Standards of good practice—Inspection of 
bridges on county roads. 

Standard of good practice—Cooperative 
procedures for processing of county 
road accident reports. 

Standards of good practice—Accommo- 
dation of utilities on county roads. 

Standards of good practice—Statutory 
relationship between county engineer 
and county legislative authority— 
Adoption of written policies. 

Standard of good practice—Maintenance 
of county road logs. 

Standards of good practice—Pavement 
management system requirement for 
county arterial preservation program 
eligibility. 

Administration of the rural arterial pro- 
gram. 

Regional prioritization of RAP projects. 

Eligibility for rural arterial trust account 
funds. 

Project submittal, selection and initial 
allocation of RATA funds to projects. 

Allocation of RATA funds to emergent 
and emergency projects. 

Increased allocations of RATA funds to 
projects. 

Withdrawals, early termination, and laps- 
ing of approved projects. 

Execution of a CRAB/county contract. 

Processing of RAP vouchers. 

Design standards for rural arterial pro- 
gram projects. 

Administration of the county arterial 
preservation program. 

Administration of the county ferry capital 
improvement program. 


DISPOSITION OF CHAPTERS FORMERLY 


CODIFIED IN THIS TITLE 
Chapter 136-10 


RELATIONSHIP OF COUNTY ENGINEER AND COUNTY 


136-10-010 


136-10-020 


136-10-030 


136-10-035 


136-10-040 


136-10-050 


136-10-060 


LEGISLATIVE AUTHORITY 


Purpose and authority. [Statutory Authority: Chapter 
36.79 RCW. 99-01-021, § 136-10-010, filed 12/7/98, 
effective 1/7/99. Statutory Authority: RCW 36.78.070. 
90-07-073 (Order 73), § 136-10-010, filed 3/21/90, 
effective 4/21/90; Order 6, § 136-10-010, filed 6/12/68.] 
Repealed by 02-18-017, filed 8/22/02, effective 9/22/02. 
Statutory Authority: Chapter 36.79 RCW. 

Duties of county legislative authority. [Statutory 
Authority: Chapter 36.79 RCW. 99-01-021, § 136-10- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
RCW 36.78.070 and 36.79.060. 96-17-013, § 136-10- 
020, filed 8/12/96, effective 9/12/96. Statutory Author- 
ity: RCW 36.78.070. 90-07-073 (Order 73), § 136-10- 
020, filed 3/21/90, effective 4/21/90; Order 6, § 136-10- 
020, filed 6/12/68.] Repealed by 02-18-017, filed 
8/22/02, effective 9/22/02. Statutory Authority: Chapter 
36.79 RCW. 

Duties of the county engineer. [Statutory Authority: 
Chapter 36.79 RCW. 99-01-021, § 136-10-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 
36.78.070 and 36.79.060. 96-17-013, § 136-10-030, 
filed 8/12/96, effective 9/12/96. Statutory Authority: 
RCW 36.78.070. 90-07-073 (Order 73), § 136-10-030, 
filed 3/21/90, effective 4/21/90; Order 6, § 136-10-030, 
filed 6/12/68.] Repealed by 02-18-017, filed 8/22/02, 
effective 9/22/02. Statutory Authority: Chapter 36.79 
RCW. 

Charter counties. [Statutory Authority: Chapter 36.79 
RCW. 00-18-020, § 136-10-035, filed 8/28/00, effective 
9/28/00.] Repealed by 02-18-017, filed 8/22/02, effec- 
tive 9/22/02. Statutory Authority: Chapter 36.79 RCW. 
Organization of county road department. [Statutory 
Authority: Chapter 36.79 RCW. 99-01-021, § 136-10- 
040, filed 12/7/98, effective 1/7/99. Statutory Authority: 
RCW 36.78.070. 90-07-073 (Order 73), § 136-10-040, 
filed 3/21/90, effective 4/21/90; Order 6, § 136-10-040, 
filed 6/12/68.] Repealed by 02-18-017, filed 8/22/02, 
effective 9/22/02. Statutory Authority: Chapter 36.79 
RCW. 

Written policy. [Statutory Authority: Chapter 36.79 
RCW. 99-01-021, § 136-10-050, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070. 90-07- 
073 (Order 73), § 136-10-050, filed 3/21/90, effective 
4/21/90. Statutory Authority: Chapter 36.78 RCW. 79- 
01-096 (Order 33), § 136-10-050, filed 1/3/79; Order 
14, § 136-10-050, filed 7/30/70, effective 1/1/71; Order 
10, § 136-10-050, filed 12/10/68, effective 4/1/69.] 
Repealed by 02-18-017, filed 8/22/02, effective 9/22/02. 
Statutory Authority: Chapter 36.79 RCW. 

Forwarding of written policy. [Statutory Authority: 
RCW 36.78.070. 90-07-073 (Order 73), § 136-10-060, 
filed 3/21/90, effective 4/21/90; Order 10, § 136-10- 
060, filed 12/10/68, effective 4/1/69.] Repealed by 02- 
18-017, filed 8/22/02, effective 9/22/02. Statutory 
Authority: Chapter 36.79 RCW. 


Reviser’s note: Later promulgation, see chapter 136-50 WAC. 


Chapter 136-24 


STANDARDS OF GOOD PRACTICE—UNIFORM BUDGET AND 
ACCOUNTING PROCEDURES FOR COUNTY ROAD 


136-24-010 


DEPARTMENT 


Budget and accounting system. [Order 20, § 136-24- 
010, filed 11/1/72; Regulation 3, § 136-24-010, filed 
12/13/67.] Repealed by 96-17-013, filed 8/12/96, effec- 
tive 9/12/96. Statutory Authority: RCW 36.78.070 and 
36.79.060. 


[Title 136 WAC—p. 1] 


Title 136 


Title 136 WAC: County Road Administration Board 


Chapter 136-32 


STANDARD OF GOOD PRACTICE—WORK PERFORMED FOR 
OTHER PUBLIC AGENCIES BY THE COUNTY ROAD 


136-32-010 


136-32-020 


136-32-030 


136-32-040 


136-36-010 


136-36-020 


136-36-030 


136-36-040 


DEPARTMENT 


Purpose. [Order 15, § 136-32-010, filed 7/30/70; Order 
7, § 136-32-010, filed 6/12/68.] Repealed by 99-01-020, 
filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 

Procedure—Public agencies. [Order 15, § 136-32-020, 
filed 7/30/70; Order 7, § 136-32-020, filed 6/12/68.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 
Procedure—Interdepartmental. [Statutory Authority: 
Chapter 36.78 RCW. 79-01-097 (Order 34), § 136-32- 
030, filed 1/3/79; Order 7, § 136-32-030, filed 6/12/68.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 

Records. [Order 7, § 136-32-040, filed 6/12/68.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 


Chapter 136-36 


STANDARD OF GOOD PRACTICE— 


RIGHTS OF WAY ACQUISITIONS 


Purpose. [Order 8, § 136-36-010, filed 6/12/68.] 
Repealed by 90-07-077 (Order 77), filed 3/21/90, effec- 
tive 4/21/90. Statutory Authority: RCW 36.78.070. 
Type of conveyance. [Order 8, § 136-36-020, filed 
6/12/68.] Repealed by 90-07-077 (Order 77), filed 
3/21/90, effective 4/21/90. Statutory Authority: RCW 
36.78.070. 
Supplemental agreement. [Order 8, § 136-36-030, filed 
6/12/68.] Repealed by 90-07-077 (Order 77), filed 
3/21/90, effective 4/21/90. Statutory Authority: RCW 
36.78.070. 
Recording and filing. [Order 8, § 136-36-040, filed 
6/12/68.] Repealed by 90-07-077 (Order 77), filed 
3/21/90, effective 4/21/90. Statutory Authority: RCW 
36.78.070. 


Chapter 136-110 


APPORTIONMENT OF RURAL ARTERIAL TRUST ACCOUNT 


136-110-010 


136-110-020 


136-110-030 


136-110-040 


136-110-050 


FUNDS TO REGIONS 


Purpose. [Statutory Authority: Chapter 36.79 RCW. 97- 
24-069, § 136-110-010, filed 12/2/97, effective 1/2/98. 
Statutory Authority: RCW 36.78.070 and 36.79.060. 
96-17-013, § 136-110-010, filed 8/12/96, effective 
9/12/96. Statutory Authority: Chapter 36.78 RCW. 84- 
16-065 (Order 56), § 136-110-010, filed 7/30/84.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 
Computation of land area ratio. [Statutory Authority: 
RCW 36.79.060. 94-01-115, § 136-110-020, filed 
12/17/93, effective 1/17/94. Statutory Authority: Chap- 
ter 36.78 RCW. 84-16-065 (Order 56), § 136-110-020, 
filed 7/30/84.] Repealed by 99-01-020, filed 12/7/98, 
effective 1/7/99. Statutory Authority: Chapter 36.79 
RCW. 

Computation of road mileage ratio. [Statutory Author- 
ity: Chapter 36.79 RCW. 97-24-069, § 136-110-030, 
filed 12/2/97, effective 1/2/98. Statutory Authority: 
RCW 36.78.070 and 36.79.060. 96-17-013, § 136-110- 
030, filed 8/12/96, effective 9/12/96. Statutory Author- 
ity: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136- 
110-030, filed 7/30/84.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 

Apportionment percentages established. [Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-110-040, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: Chapter 36.78 RCW. 84-16-065 (Order 
56), § 136-110-040, filed 7/30/84.] Repealed by 99-01- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 

Apportionment to regions. [Statutory Authority: RCW 
36.78.070 and 36.79.060. 96-17-013, § 136-110-050, 
filed 8/12/96, effective 9/12/96. Statutory Authority: 
Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-110- 
050, filed 7/30/84.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 


[Title 136 WAC—p. 2] 


Chapter 136-120 


RAP PROJECTS IN THE SIX-YEAR TRANSPORTATION 


136-120-010 


136-120-020 


136-120-030 


PROGRAM 


Purpose. [Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-120-010, filed 8/12/96, 
effective 9/12/96. Statutory Authority: Chapter 36. 78 
RCW. 84-16-065 (Order 56), § 136-120-010, filed 
7/30/84.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 


Six-year program adoption. [Statutory Authority: RCW 
36.78.070 and 36.79.060. 96-17-013, § 136-120-020, 
filed 8/12/96, effective 9/12/96. Statutory Authority: 
Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-120- 
020, filed 7/30/84.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 


RAP projects in six-year program. [Statutory Authority: 
RCW 36.78.070 and 36.79.060. 96-17-013, § 136-120- 
030, filed 8/12/96, effective 9/12/96. Statutory Author- 
ity: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136- 
120-030, filed 7/30/84.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 


Chapter 136-160 


ALLOCATION OF RATA FUNDS TO APPROVED RAP PROJECTS 


136-160-010 


136-160-020 


136-160-024 


136-160-030 


136-160-040 


136-160-050 


136-160-060 


136-160-065 


Purpose. [Statutory Authority: Chapter 36.78 RCW. 84- 
16-065 (Order 56), § 136-160-010, filed 7/30/84.] 
Repealed by 94-16-111, filed 8/2/94, effective 9/2/94. 
Statutory Authority: RCW 36.79.060. 


The project application. [Statutory Authority: Chapter 
36.78 RCW. 84-16-065 (Order 56), § 136-160-020, 
filed 7/30/84.] Repealed by 94-16-111, filed 8/2/94, 
effective 9/2/94. Statutory Authority: RCW 36.79.060. 


Procedure for a county line project. [Statutory Author- 
ity: Chapter 36.78 RCW. 85-11-053 (Order 58), § 136- 
160-024, filed 5/17/85.] Repealed by 94-16-111, filed 
8/2/94, effective 9/2/94. Statutory Authority: RCW 
36.79.060. 


Submission of the project application. [Statutory 
Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), 
§ 136-160-030, filed 7/30/84.] Repealed by 94-16-111, 
filed 8/2/94, effective 9/2/94, Statutory Authority: 
RCW 36.79.060. 


Preparation and review of regional priority array. [Stat- 
utory Authority: Chapter 36.78 RCW. 84-16-065 
(Order 56), § 136-160-040, filed 7/30/84.] Repealed by 
94-16-111, filed 8/2/94, effective 9/2/94. Statutory 
Authority: RCW 36.79.060. 


Project approval and RATA fund allocation. [Statutory 
Authority: RCW 36.79.060. 94-10-022, § 136-160-050, 
filed 4/27/94, effective 5/28/94; 92-13-039 (Order 89), § 
136-160-050, filed 6/10/92, effective 7/11/92. Statutory 
Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90- 
22-083 (Order 82), § 136-160-050, filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: Chapter 36.78 RCW. 
88-05-040 (Order 68), § 136-160-050, filed 2/16/88; 87- 
11-014 (Order 65), § 136-160-050, filed 5/12/87; 84-16- 
065 (Order 56), § 136-160-050, filed 7/30/84.] Repealed 
by 94-16-111, filed 8/2/94, effective 9/2/94. Statutory 
Authority: RCW 36.79.060. 


Limitation on use of RATA funds. [Statutory Authority: 
RCW 36.79.060. 94-10-023, § 136-160-060, filed 
4/27/94, effective 5/28/94; 92- 13-039 (Order 89), $ 136- 
160-060, filed 6/10/92, effective 7/11/92. Statutory 
Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90- 
22-083 (Order 82), § 136-160-060, filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: Chapter 36.78 RCW. 
88-16-017 (Order 68), § 136-160-060, filed 7/25/88; 86- 
21-076 (Order 63-P), § 136-160-060, filed 10/15/86; 86- 
06-005 (Order 61), § 136-160-060, filed 2/20/86; 84-16- 
065 (Order 56), § 136-160-060, filed 7/30/84.] Repealed 
by 94-16-111, filed 8/2/94, effective 9/2/94. Statutory 
Authority: RCW 36.79.060. 


Use of RATA funds for emergent projects. [Statutory 
Authority: Chapter 36.78 RCW. 88-05-040 (Order 68), 
§ 136-160-065, filed 2/16/88.] Repealed by 94-16-111, 
filed 8/2/94, effective 9/2/94. Statutory Authority: 
RCW 36.79.060. 


(2009 Ed.) 


County Road Administration Board 


Chapter 136-190 


PROVISIONS FOR AUDIT OF RAP PROJECTS 


136-190-010 


136-190-020 


136-190-030 


136-190-040 


136-190-050 


Purpose. [Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-190-010, filed 8/12/96, 
effective 9/12/96. Statutory Authority: Chapter 36. 78 
RCW. 85-11-055 (Order 60), § 136-190-010, filed 
5/17/85.] Repealed by 99-01-020, filed 12/7/98, ‘effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 

Audit requirements. [Statutory Authority: Chapter 
36.78 RCW. 85-11-055 (Order 60), § 136-190-020, 
filed 5/17/85.] Repealed by 99-01-020, filed 12/7/98, 
effective 1/7/99. Statutory Authority: Chapter 36.79 
RCW. 

Scope of audits. [Statutory Authority: Chapter 36.78 
RCW. 85-11-055 (Order 60), § 136-190-030, filed 
5/17/85.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 

Noncompliance and questioned costs. [Statutory 
Authority: Chapter 36.78 RCW. 85-11-055 (Order 60), 
§ 136-190-040, filed 5/17/85.] Repealed by 99-01-020, 
filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 

Post audit penalty. [Statutory Authority: Chapter 36.78 
RCW. 85-11-055 (Order 60), § 136-190-050, filed 
5/17/85.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 


Chapter 136-200 


FUNCTIONAL CLASSIFICATION FOR THE RAP PROGRAM 


136-200-010 


136-200-020 


136-200-030 


136-200-040 


Purpose. [Statutory Authority: Chapter 36.79 RCW. 97- 
24-069, § 136-200-010, filed 12/2/97, effective 1/2/98. 
Statutory Authority: RCW 36.78.070 and 36.79.060. 
96-17-013, § 136-200-010, filed 8/12/96, effective 
9/12/96. Statutory Authority: Chapter 36.78 RCW. 84- 
16-065 (Order 56), § 136-200-010, filed 7/30/84.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 

Functional classification. [Statutory Authority: RCW 
36.78.070 and 36.79.060. 96-17-013, § 136-200-020, 
filed 8/12/96, effective 9/12/96. Statutory Authority: 
Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-200- 
020, filed 7/30/84.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 

Functional classification changes. [Statutory Authority: 
Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-200- 
030, filed 7/30/84.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 

Functional classification verification. [Statutory 
Authority: Chapter 36.79 RCW. 98-09-070, § 136-200- 
040, filed 4/20/98, effective 5/21/98; 97-24-069, § 136- 
200-040, filed 12/2/97, effective 1/2/98. Statutory 
Authority: Chapter 36.78 RCW. 86-21-076 (Order 63- 
P), § 136-200-040, filed 10/15/86; 84-16-065 (Order 
56), § 136-200-040, filed 7/30/84.] Repealed by 99-01- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 


Chapter 136-220 


MATCHING REQUIREMENTS FOR RURAL ARTERIAL TRUST 


136-220-010 


136-220-020 


136-220-030 


(2009 Ed.) 


ACCOUNT FUNDS 


Purpose. [Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-220-010, filed 8/12/96, 
effective 9/12/96. Statutory Authority: Chapter 36.78 
RCW. 84-16-065 (Order 56), § 136-220-010, filed 
7/30/84.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 
Establishment of matching requirements. [Statutory 
Authority: Chapter 36.79 RCW. 98-09-070, § 136-220- 
020, filed 4/20/98, effective 5/21/98. Statutory Author- 
ity: RCW 36.79. 060 and 1983 Ist ex.s. c 49. 90-22-083 
(Order 82), § 136-220-020, filed 11/6/90, effective 
12/7/90. Statutory Authority: Chapter 36.78 RCW. 88- 
16-017 (Order 68), § 136-220-020, filed 7/25/88; 86-21- 
076 (Order 63-P), § 136-220-020, filed 10/15/86; 84-16- 
065 (Order 56), § 136-220-020, filed 7/30/84.] Repealed 
by 99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

Use of other funds to match RATA funds. [Statutory 
Authority: Chapter 36.79 RCW. 98-09-070, § 136-220- 
030, filed 4/20/98, effective 5/21/98. Statutory Author- 
ity: RCW 36.78.070 and 36.79.060. 96-17-013, § 136- 


136-250-010 


136-250-020 


136-250-030 


136-250-040 


136-250-050 


Title 136 


220-030, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90- 
22-083 (Order 82), § 136-220-030, filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: Chapter 36.78 RCW. 
88-16-017 (Order 68), § 136-220-030, filed 7/25/88; 86- 
21-076 (Order 63-P), § 136-220-030, filed 10/15/86; 84- 
16-065 (Order 56), § 136-220- 030, filed 7/30/84. ] 
Repealed by 99-01- 020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 


Chapter 136-250 
EXPENDITURE REPORTING 


Purpose. [Statutory Authority: Chapter 36.78 RCW. 84- 
16-065 (Order 56), § 136-250-010, filed 7/30/84.] 
Repealed by 96-17-013, filed 8/12/96, effective 9/12/96. 
Statutory Authority: RCW 36.78.070 and 36.79.060. 
Report of road levy revenues. [Statutory Authority: 
Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-250- 
020, filed 7/30/84.] Repealed by 96-17-013, filed 
8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.78.070 and 36.79.060. 

Report of expenditures. [Statutory Authority: Chapter 
36.78 RCW. 84-16-065 (Order 56), § 136-250-030, 
filed 7/30/84.] Repealed by 96-17-013, filed 8/12/96, 
effective 9/12/96. Statutory Authority: RCW 36.78.070 
and 36.79.060. 

Report of road levy expenditures. [Statutory Authority: 
Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-250- 
040, filed 7/30/84.] Repealed by 96-17-013, filed 
8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.78.070 and 36.79.060. 

Report to the legislative transportation committee. [Stat- 
utory Authority: Chapter 36.78 RCW. 84-16-065 
(Order 56), § 136-250-050, filed 7/30/84.] Repealed by 
96-17-013, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070 and 36.79.060. 


Chapter 136-310 


DISTRIBUTION OF COUNTY ARTERIAL PRESERVATION 


136-310-010 


136-310-020 


136-310-030 


136-310-040 


136-310-050 


ACCOUNT FUNDS 


Certification of county arterial mileage. [Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-310-010, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 46.68.095(4). 94-01-116, § 136- 
310-010, filed 12/17/93, effective 1/17/94. Statutory 
Authority: RCW 36.78.070 and 1990 c 42. 90-22-082 
(Order 81), § 136-310-010, filed 11/6/90, effective 
12/7/90.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 
Establishment of allocation percentages. [Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-310-020, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070 and 1990 c 42. 90-22- 
082 (Order 81), § 136-310-020, filed 11/6/90, effective 
12/7/90.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 
Notice to counties. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
310-030, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

Distribution to counties. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
310-040, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

Eligibility. [Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-310-050, filed 8/12/96, 
effective 9/12/96. Statutory Authority: RCW 36.78.070 
and 1990 c 42. 90-22-082 (Order 81), § 136-310-050, 
filed 11/6/90, effective 12/7/90.] Repealed by 99-01- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 


Chapter 136-320 


PAVEMENT MANAGEMENT SYSTEM REQUIREMENT FOR 
COUNTY ARTERIAL PRESERVATION ELIGIBILITY 


136-320-010 


Definition. [Statutory Authority: RCW 36.78.070 and 
46.68.095(4). 93-14-003, § 136-320-010, filed 6/23/93, 
effective 7/24/93. Statutory Authority: RCW 36.78.070 
and 1990 c 42. 90-22-082 (Order 81), § 136-320-010, 
filed 11/6/90, effective 12/7/90.] Repealed by 99-01- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 
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136-320-020 


136-320-030 


136-320-040 


136-320-050 


136-320-060 


136-320-070 


136-320-080 


Application. [Statutory Authority: RCW 36.78.070 and 
46.68.095(4). 93-14-003, § 136-320-020, filed 6/23/93, 
effective 7/24/93. Statutory Authority: RCW 36.78.070 
and 1990 c 42. 90-22-082 (Order 81), § 136-320-020, 
filed 11/6/90, effective 12/7/90.] Repealed by 99-01- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 

Pavement management system requirements. [Statutory 
Authority: RCW 36.78.070 and 46.68.095(4). 93-14- 
003, § 136-320-030, filed 6/23/93, effective 7/24/93. 
Statutory Authority: RCW 36.78.070 and 1990 c 42. 
90-22-082 (Order 81), § 136-320-030, filed 11/6/90, 
effective 12/7/90.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 

Alternative pavement management system require- 
ments. [Statutory Authority: RCW 36.78.070 and 
46.68.095(4). 93-14-003, § 136-320-040, filed 6/23/93, 
effective 7/24/93. Statutory Authority: RCW 36.78.070 
and 1990 c 42. 90-22-082 (Order 81), § 136-320-040, 
filed 11/6/90, effective 12/7/90.] Repealed by 99-01- 
020, filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 

Statewide pavement condition data file. [Statutory 
Authority: RCW 36.78.070 and 46.68.095(4). 93-14- 
003, § 136-320-050, filed 6/23/93, effective 7/24/93. 
Statutory Authority: RCW 36.78.070 and 1990 c 42. 
90-22-082 (Order 81), § 136-320-050, filed 11/6/90, 
effective 12/7/90.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 

Annual review. [Statutory Authority: RCW 36.78.070 
and 46.68.095(4). 93-14-003, § 136-320-060, filed 
6/23/93, effective 7/24/93. Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
320-060, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

CRAB assistance. [Statutory Authority: RCW 
36.78.070 and 46.68.095(4). 93-14-003, § 136-320-070, 
filed 6/23/93, effective 7/24/93. Statutory Authority: 
RCW 36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 
136-320-070, filed 11/6/90, effective 12/7/90.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 

Use of pavement management system data for distribu- 
tion of county arterial preservation account funds. [Stat- 
utory Authority: RCW 36.78.070 and 46.68.095(4). 93- 
14-003, § 136-320-080, filed 6/23/93, effective 7/24/93. 
Statutory Authority: RCW 36.78.070 and 1990 c 42. 
90-22-082 (Order 81), § 136-320-080, filed 11/6/90, 
effective 12/7/90.] Repealed by 99-01-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: Chapter 
36.79 RCW. 


Chapter 136-325 


ANNUAL COUNTY ARTERIAL PRESERVATION PROGRAMS 


136-325-010 


136-325-020 


136-325-030 


Coordination with annual road program. [Statutory 
Authority: RCW 36.78.070 and 1990 c 42. 90-22-082 
(Order 81), § 136-325-010, filed 11/6/90, effective 
12/7/90.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 
Contents. [Statutory Authority: RCW 36.78.070 and 
1990 c 42. 90-22-082 (Order 81), § 136-325-020, filed 
11/6/90, effective 12/7/90.] Repealed by 99-01-020, 
filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.79 RCW. 

Submittal to CRAB. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
325-030, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 


Chapter 136-330 


ALLOWABLE ACTIVITIES WITHIN COUNTY ARTERIAL 


136-330-010 


136-330-020 


PRESERVATION PROGRAM 


Pavement management system development. [Statutory 
Authority: RCW 36.78.070 and 1990 c 42. 90-22-082 
(Order 81), § 136-330-010, filed 11/6/90, effective 
12/7/90.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 

Allowable activities. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
330-020, filed 11/6/90, effective 12/7/90.] Repealed by 


[Title 136 WAC—p. 4] 


Title 136 WAC: County Road Administration Board 


99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-330-030 Minimum road widths. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
330-030, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-330-040 Participation with other funds. [Statutory Authority: 
RCW 36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 
136-330-040, filed 11/6/90, effective 12/7/90.] 
Repealed by 99-01-020, filed 12/7/98, effective 1/7/99. 
Statutory Authority: Chapter 36.79 RCW. 


Chapter 136-340 
COUNTY ARTERIAL PRESERVATION PROGRAM 
ACCOUNTING AND AUDIT PROVISIONS 


136-340-010 Accounting requirements. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
340-010, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-340-020 Audit provisions. [Statutory Authority: RCW 36.78.- 
070 and 36.79.060. 96-17-013, § 136-340-020, filed 
8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
340-020, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-340-030 Scope of audits. [Statutory Authority: RCW 36.78.070 
and 36.79.060. 96-17-013, § 136-340-030, filed 
8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
340-030, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-340-040 Noncompliance and questioned costs. [Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-340-040, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070 and 1990 c 42. 90-22- 
082 (Order 81), § 136-340-040, filed 11/6/90, effective 
12/7/90.] Repealed by 99-01-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: Chapter 36.79 RCW. 

136-340-050 Post-audit penalty. [Statutory Authority: RCW 36.78.- 
070 and 1990 c 42. 90-22-082 (Order 81), § 136-340- 
050, filed 11/6/90, effective 12/7/90.] Repealed by 99- 
01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 


Chapter 136-350 
ANNUAL REPORTING OF PAVEMENT PRESERVATION 
ACTIVITIES 


136-350-010 Annual report form. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
350-010, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-350-020 Submittal of annual report. [Statutory Authority: RCW 
36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
350-020, filed 11/6/90, effective 12/7/90.] Repealed by 
99-01-020, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 


Chapter 136-01 WAC 


ORGANIZATION AND OPERATION OF COUNTY 
ROAD ADMINISTRATION BOARD 


WAC 
136-01-010 Purpose and authority. 
136-01-030 Meetings and voting procedures. 
DISPOSITION OF SECTIONS FORMERLY 
CODIFIED IN THIS CHAPTER 
136-01-020 Appointment of executive director. [Statutory Author- 


ity: RCW 36.78.050 and [36.78].060. 92-13-036 (Order 
86), § 136-01-020, filed 6/10/92, effective 7/11/92; 
Order 9, § 136-01-020, filed 10/22/68.] Repealed by 99- 
01-021, filed 12/7/98, effective 1/7/99. Statutory 
Authority: Chapter 36.79 RCW. 

136-01-040 Correspondence. [Order 9, § 136-01-040, filed 
10/22/68.] Repealed by 90-07-071 (Order 71), filed 
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3/21/90, effective 4/21/90. Statutory Authority: RCW 
36.78.070. 


WAC 136-01-010 Purpose and authority. The county 
road administration board is a nine member board, organized 
under the provision of RCW 36.78.010 through 36.78.110. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-01-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-01-010, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.050 and [36.78].060. 92-13-036 (Order 86), § 136- 
01-010, filed 6/10/92, effective 7/11/92. Statutory Authority: RCW 36.78.- 
070. 90-07-071 (Order 71), § 136-01-010, filed 3/21/90, effective 4/21/90; 
Order 9, § 136-01-010, filed 10/22/68.] 


WAC 136-01-030 Meetings and voting procedures. 
Regular public meetings of the county road administration 
board shall be held quarterly, at times and locations set by the 
board. At the summer meeting, the board shall elect a chair, a 
vice-chair, and a second vice-chair who shall hold office until 
the next summer meeting. Additional meetings necessary to 
discharge the business of the board may be called from time 
to time by the chair. Each member of the board shall be enti- 
tled to one vote. No proxies shall be allowed. All questions 
shall be decided by majority vote. A quorum of five members 
of the board shall be required to vote or conduct any board 
business. 

[Statutory Authority: Chapter 36.79 RCW. 05-11-036, § 136-01-030, filed 
5/11/05, effective 6/11/05; 99-01-021, § 136-01-030, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.050 and [36.78].060. 92-13-036 
(Order 86), § 136-01-030, filed 6/10/92, effective 7/11/92. Statutory Author- 


ity: RCW 36.78.070. 90-07-071 (Order 71), § 136-01-030, filed 3/21/90, 
effective 4/21/90; Order 9, § 136-01-030, filed 10/22/68.] 


Chapter 136-02 WAC 
IMPLEMENTATION OF STATE ENVIRONMENTAL 


POLICY ACT 
WAC 
136-02-010 Purpose and authority. 
136-02-020 Statement of exempt activities. 
DISPOSITION OF SECTIONS FORMERLY 
CODIFIED IN THIS CHAPTER 
136-02-030 Implementation of SEPA and CEP guidelines. [Order 


30, § 136-02-030, filed 8/3/76.] Repealed by 96-17-013, 
filed 8/12/96, effective 9/12/96. Statutory Authority: 
RCW 36.78.070 and 36.79.060. 


WAC 136-02-010 Purpose and authority. This chap- 
ter is promulgated pursuant to the directions of chapter 
43.21C RCW (SEPA) and chapter 197-11 WAC (SEPA 
tules). The adoption of this chapter is deemed to be in com- 
pliance with the requirements of chapter 43.21C RCW and 
chapter 197-11 WAC. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-02-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-02-010, filed 8/12/96, effective 9/12/96; Order 30, § 
136-02-010, filed 8/3/76.] 


WAC 136-02-020 Statement of exempt activities. The 
county road administration board has reviewed its authorized 
activities and found them all to be exempt under chapter 
43.21C RCW and SEPA rules, WAC 197-11-800 (13), (15), 
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136-03-030 


(16), (18), (19), (20) and (23). This statement is adopted in 
accordance with RCW 43.21C.135 (1)(a). 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-02-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-02-020, filed 8/12/96, effective 9/12/96; Order 
30, § 136-02-020, filed 8/3/76.] 


Chapter 136-03 WAC 
PUBLIC ACCESS TO INFORMATION AND 


RECORDS 
WAC 
136-03-010 Purpose and authority. 
136-03-020 Public records officer. 
136-03-030 Public records available. 
136-03-040 Requests for public records. 
136-03-050 Availability for public inspection and copying of public 
records—Office hours. 
136-03-060 Inspection and copying costs. 
136-03-070 Protection of public records. 
136-03-080 Denial of request. 
136-03-090 Review of denial of public records request. 
136-03-100 Records index. 
136-03-110 Availability. 


WAC 136-03-010 Purpose and authority. The pur- 
pose of this chapter is to establish rules for compliance by the 
Washington county road administration board with the provi- 
sions of RCW 42.17.250 through 42.17.340 dealing with 
public records. This chapter describes the places at which, the 
employees from whom, and the methods whereby persons 
may obtain information, make submittals or requests, or 
obtain copies of agency decisions. Other chapters in Title 136 
WAC describe the general course and method of the board's 
operations and the nature and requirements of all of its formal 
and informal procedures. For a description of the board's 
organization, see chapter 136-01 WAC. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-010, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-020 Public records officer. The board's 
public records officer shall be the executive assistant to the 
county road administration board. The public records officer 
shall be officed at 2404 Chandler Court S.W., Suite 240, 
Olympia, Washington. The public records officer shall be 
responsible for: 

(1) Implementation of RCW 42.17.250 through 
42.17.340 and these rules and regulations regarding release 
of public records; 

(2) Coordinating staff efforts of the county road admin- 
istration board in this regard; and 

(3) Ensuring compliance of the staff with RCW 
42.17.250 through 42.17.340 and these regulations. 

The public records officer shall establish and maintain 
the index system required by RCW 42.17.260(4). 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-020, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-030 Public records available. All public 
records of the county road administration board not exempted 
by RCW 42.17.310, or other statute which exempts or pro- 
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hibits disclosure (see RCW 47.17.260(1)), shall be available 
for public inspection and copying pursuant to these rules. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-030, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-040 Requests for public records. Public 
records of the county road administration board shall be 
obtainable by persons who comply with the following proce- 
dures: 

(1) A written request for public records shall be 
addressed to the public records officer. Such request shall 
include the following: 

(a) The name of the person requesting the records 
(requestor). 

(b) The calendar date on which the request was made. 

(c) If the requested records are referenced in the current 
index maintained by the county road administration board, a 
reference to the requested record as it is described in such 
current index. 

(d) If the requested records are not referenced in the cur- 
rent index, a statement that identifies the specific records 
requested. 

(e) Where the requested records might be used for such a 
purpose, a verification that the records requested shall not be 
used to compile a commercial sales list. 

(2) The public records officer shall inform the requestor 
whether and when the requested records will be available for 
inspection or copying at 2404 Chandler Court S.W., Suite 
240, Olympia, Washington. If the requestor asks that the 
records be mailed to him or her, the public records officer 
shall do so, provided the records can be copied and sent with- 
out unreasonably disrupting the operations of the county road 
administration board, as provided in RCW 42.17.270. 

(3) When it appears that a request for a record is made by 
or on behalf of a party to a lawsuit or a controversy to which 
the county road administration board is also a party (or when 
such a request is made by or on behalf of an attorney for such 
a party) the request shall be referred to the assistant attorney 
general assigned to the county road administration board for 
appropriate response. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-040, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-040, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-050 Availability for public inspection 
and copying of public records—Office hours. Public 
records shall be available for inspection and copying during 
the normal business hours of the county road administration 
board. For the purposes of this chapter, these normal business 
hours shall be from 8:00 a.m. to 5:00 p.m., Monday through 
Friday, excluding legal holidays. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-050, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-050, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-060 Inspection and copying costs. (1) 
No fee shall be charged for inspection of public records. 
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(2) The county road administration board shall impose a 
reasonable charge for providing copies of public records and 
for the use by any person of agency equipment to copy 
records; such charges shall not exceed the amount necessary 
to reimburse the county road administration board for its 
actual costs incident to such copying. Actual costs shall 
include: 

(a) The labor and overhead costs of staff associated with 
responding to the request; 

(b) Computer and/or copying machine costs and over- 
head; and 

(c) Paper and/or other duplicating medium costs. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-060, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-060, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-070 Protection of public records. In 
order to protect records from damage or disorganization: 

(1) Copying of public documents shall be done by 
county road administration board personnel or, at the discre- 
tion of the county road administration board, under their 
supervision. 

(2) No document shall be physically removed by a 
requestor from the area designated by the county road admin- 
istration board for the public inspection of documents. The 
board may require that all inspection be done in the presence 
of a county road administration board employee. 

(3) When a requestor requests to examine an entire file 
or group of documents, as distinguished from certain individ- 
ual documents which can be identified and supplied by them- 
selves, the county road administration board shall be allowed 
a reasonable time to inspect the file to determine whether 
information protected from disclosure is contained therein, 
and the board shall not be deemed in violation of its obliga- 
tion to reply promptly to requests for public documents by 
reason of performing such inspection. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-070, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-070, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-080 Denial of request. Each denial of a 
request for a public record shall be accompanied by a written 
statement to the requestor clearly specifying the reasons for 
denial, including a statement of the specific exemption autho- 
rizing the withholding of the record, and a brief explanation 
of how the exemption applies to the record withheld. Such 
statement shall be sufficiently clear and complete to permit 
the director or his or her designee to review the denial in 
accordance with WAC 136-03-090. 


[Statutory Authority: RCW 36.78.070 and 42.17.250 through [42.17].340. 
92-13-037 (Order 87), § 136-03-080, filed 6/10/92, effective 7/11/92.] 


WAC 136-03-090 Review of denial of public records 
request. (1) Any person who objects to the denial of a request 
for a public record may petition the public records officer for 
prompt review of such decision by tendering a written 
request for review. The written request shall specifically refer 
to the written statement by the public records officer or other 
staff member which constituted or accompanied the denial. 
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(2) If the public records officer decides to affirm the 
denial, then the written request for review shall immediately 
be referred to the assistant attorney general assigned to the 
county road administration board. The assistant attorney gen- 
eral shall promptly consider the matter and either affirm or 
reverse such denial. In any case, the request shall be returned 
with a final decision within two business days following the 
original denial. 

(3) Administrative remedies shall not be considered 
exhausted until the public records officer has returned the 
petition with a decision or until the close of the second busi- 
ness day following denial of inspection, whichever occurs 
first. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-090, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-090, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-100 Records index. (1) The county road 
administration board shall have available to all persons at its 
offices in Olympia a current index which provides identify- 
ing information as to the following records: 

(a) All records issued before July 1, 1990, for which the 
county road administration board has maintained an index; 

(b) Final orders entered after June 30, 1990, that are 
issued in adjudicative proceedings as defined in RCW 34.05.- 
010(1) and that contain an analysis or decision of substantial 
importance to the county road administration board in carry- 
ing out its duties; 

(c) Declaratory orders entered after June 30, 1990, that 
are issued pursuant to RCW 34.05.240 and that contain an 
analysis or decision of substantial importance to the county 
road administration board in carrying out its duties; 

(d) Interpretive statements as defined in RCW 34.05.- 
010(8) that were entered after June 30, 1990; 

(e) Policy statements as defined in RCW 34.05.010(14) 
that were entered after June 30, 1990; and 

(f) Minutes of county road administration board meet- 
ings. 

(2) The system of indexing shall be as follows: 

(a) The indexing system shall be administered by the 
board's public records officer and shall be located at 2404 
Chandler Court S.W., Suite 240, Olympia, Washington. 

(b) Copies of all indexes shall be available for public 
inspection and copying in the manner provided for the 
inspection and copying of public records. 

(c) The public records officer shall establish and main- 
tain a separate index for each item contained in subsection 
(1)(a) through (f) of this section as follows: 

(i) All final orders and declaratory orders determined by 
the county road administration board to contain analyses or 
decisions of substantial importance to the board shall be 
listed alphabetically by the titles of the hearing or contro- 
versy and shall contain a phrase describing the important 
issue or issues. 

(ii) Interpretive statements and policy statements shall be 
indexed by the applicable program administered by the 
county road administration board. 

(iii) County road administration board minutes shall be 
indexed chronologically. 
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(d) The public records officer shall update all indexes at 
least once a year and shall revise such indexes when deemed 
necessary by the county road administration board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-100, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-100, filed 6/10/92, 
effective 7/11/92.] 


WAC 136-03-110 Availability. The current indexes 
promulgated by the county road administration board shall be 
available to all persons under the same rules and on the same 
conditions as are applied to public records available for 
inspection. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-03-110, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 42.17.- 


250 through [42.17].340. 92-13-037 (Order 87), § 136-03-110, filed 6/10/92, 
effective 7/11/92.] 


Chapter 136-04 WAC 
ANNUAL CERTIFICATION OF GOOD PRACTICE 


WAC 

136-04-010 Purpose and authority. 

136-04-020 Inquiry by the county road administration board. 
136-04-030 Response by the county. 

136-04-040 Review by the county road administration board. 
136-04-050 Certificate of good practice. 

136-04-055 Revocation of certificate of good practice. 
136-04-060 Conditional certificate of good practice. 
136-04-070 Review of conditional certificates. 

136-04-080 Notice of pending revocation or substitution. 
136-04-090 Hearing on revocation or substitution. 
136-04-100 Revocation of certificate. 

136-04-110 Effect of noncompliance with standards of good prac- 


tice. 


WAC 136-04-010 Purpose and authority. The county 
road administration board is authorized by RCW 36.78.090 
through 36.78.100 to transmit to the state treasurer certifi- 
cates of good practice, hereinafter referred to as certificates, 
on behalf of the counties which during the preceding calendar 
year have reasonably complied with provisions of law relat- 
ing to county road administration and with the standards of 
good practice as formulated and adopted by the county road 
administration board or to issue conditional certificates. This 
section sets forth the procedure to be followed by the county 
road administration board in the issuance and revocation of 
such certificates. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-04-010, filed 8/12/96, effective 9/12/96; Order 31, § 
136-04-010, filed 12/16/77; Order 24, § 136-04-010, filed 10/31/74.] 


WAC 136-04-020 Inquiry by the county road admin- 
istration board. The executive director shall formulate a 
questionnaire for use by the counties designed to demonstrate 
to the county road administration board each county's level of 
compliance with pertinent laws and regulations. The pro- 
posed questionnaire shall be reviewed and approved by the 
county road administration board at the last regularly sched- 
uled meeting of each calendar year and may be revised and 
modified from year to year to reflect changes in statutory and 
regulatory requirements. The approved questionnaire shall be 
distributed to all counties no later than January 31 of the year 
following its approval. 
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[Statutory Authority: Chapter 36.79 RCW. 02-18-016, § 136-04-020, filed 
8/22/02, effective 9/22/02; 99-01-021, § 136-04-020, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-04-020, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.78.070. 90-07-072 (Order 72), § 136-04-020, filed 3/21/90, effective 
4/21/90; Order 24, § 136-04-020, filed 10/31/74.] 


WAC 136-04-030 Response by the county. Each 
county engineer shall complete the questionnaire, certify as 
to its accuracy, have it approved by the county legislative 
authority or the county executive, and shall return it to the 
executive director no later than April 1st. 

[Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-04- 
030, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 36.78.070. 
90-07-072 (Order 72), § 136-04-030, filed 3/21/90, effective 4/21/90. Statu- 


tory Authority: Chapter 36.78 RCW. 87-11-014 (Order 65), § 136-04-030, 
filed 5/12/87; Order 24, § 136-04-030, filed 10/31/74.] 


WAC 136-04-040 Review by the county road admin- 
istration board. The executive director shall receive the 
completed questionnaires and prepare a report for the county 
road administration board regarding the level of each 
county's compliance with pertinent laws and regulations. The 
board shall review the executive director's report at its second 
regular meeting of each calendar year. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-040, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-04-040, filed 8/12/96, effective 9/12/96. Statutory 


Authority: RCW 36.78.070. 90-07-072 (Order 72), § 136-04-040, filed 
3/21/90, effective 4/21/90; Order 24, § 136-04-040, filed 10/31/74.] 


WAC 136-04-050 Certificate of good practice. The 
county road administration board shall transmit a certificate 
to the state treasurer prior to May Ist of each year on behalf 
of those counties found to be in reasonable compliance with 
provisions of law relating to county road administration and 
with the standards of good practice as formulated and 
adopted by the county road administration board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-050, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-04-050, filed 8/12/96, effective 9/12/96; Order 31, § 
136-04-050, filed 12/16/77; Order 24, § 136-04-050, filed 10/31/74.] 


WAC 136-04-055 Revocation of certificate of good 
practice. Whenever the county road administration board 
finds that after issuance of a certificate a county fails to meet 
the requirements of such certification, the board may revoke 
the previously issued certificate, or substitute a conditional 
certificate therefor, in the manner provided in WAC 136-04- 
080 and 136-04-090. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-055, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-04-055, filed 8/12/96, effective 9/12/96; Order 31, § 
136-04-055, filed 12/16/77.] 


WAC 136-04-060 Conditional certificate of good 
practice. Whenever the board finds that a county has failed 
to be in reasonable compliance with provisions of law or 
standards of good practice, it may transmit to the state trea- 
surer on behalf of such county a conditional certificate, in the 
manner provided in WAC 136-04-080 and 136-04-090. Any 
such conditional certificate shall be issued subject to terms 
and conditions as deemed by the board to be appropriate, and 
will authorize continued distribution to such county of all or 
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a designated portion of its share of motor vehicle fuel taxes. 
A copy of such conditional certificate shall be sent to the leg- 
islative authority of the county on whose behalf it was issued. 
One of the conditions of such conditional certificate shall be 
a review by the county road administration board at a subse- 
quent meeting of the situation which caused its issuance. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-060, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-04-060, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-072 (Order 72), § 136-04-060, filed 


3/21/90, effective 4/21/90; Order 31, § 136-04-060, filed 12/16/77; Order 24, 
§ 136-04-060, filed 10/31/74.] 


WAC 136-04-070 Review of conditional certificates. 
At a designated subsequent meeting, the county road admin- 
istration board shall receive a report from the executive direc- 
tor pursuant to each conditional certificate. The board shall 
issue a certificate upon finding that the county has complied 
or is diligently attempting to comply with the terms and con- 
ditions of the conditional certificate. If the board finds that 
the county has not satisfied or diligently attempted to satisfy 
the terms and conditions of the conditional certificate, it may, 
in the manner provided in WAC 136-04-080 and 136-04-090: 

(1) Continue such conditional certificate for further 
review; 

(2) Modify such conditional certificate; or 

(3) Revoke such conditional certificate. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-070, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-04-070, filed 8/12/96, effective 9/12/96; Order 31, § 
136-04-070, filed 12/16/77; Order 24, § 136-04-070, filed 10/31/74.] 


WAC 136-04-080 Notice of pending revocation or 
substitution. The board shall not consider revocation of a 
certificate or substitution of a conditional certificate or 
adverse modification of a conditional certificate for any 
county unless written notice of hearing thereon shall have 
been given to the legislative authority or county executive at 
least thirty days prior to the board meeting at which such 
revocation, substitution or modification is to be considered. 
Such notice shall include an invitation for representation by 
the county at such hearing. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-080, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-04-080, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-072 (Order 72), § 136-04-080, filed 


3/21/90, effective 4/21/90; Order 31, § 136-04-080, filed 12/16/77; Order 24, 
§ 136-04-080, filed 10/31/74.] 


WAC 136-04-090 Hearing on revocation or substitu- 
tion. At the time appointed for the hearing, the county road 
administration board shall receive a report from the executive 
director detailing those laws or regulations with which the 
county is not in reasonable compliance, or those terms and 
conditions of the conditional certificate which the county has 
failed to meet. The board shall provide opportunity for pre- 
sentation of written and/or oral testimony on behalf of the 
county and may thereupon: 

(1) Continue or modify a conditional certificate; 

(2) Substitute a conditional certificate for a certificate; or 

(3) Revoke either the certificate or conditional certifi- 
cate. 
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[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-090, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-04-090, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070. 90-07-072 (Order 72), § 136-04-090, filed 
3/21/90, effective 4/21/90; Order 31, § 136-04-090, filed 12/16/77; Order 24, 
§ 136-04-090, filed 10/31/74.] 


WAC 136-04-100 Revocation of certificate. Upon 
revocation of a certificate or a conditional certificate by the 
county road administration board, notice thereof shall be 
given to the state treasurer and to the legislative authority or 
county executive of the affected county. If any certificate is 
revoked without a conditional certificate being substituted 
therefor, the board shall review the affected county's(ies') 
compliance with pertinent laws and regulations at each sub- 
sequent regularly scheduled meeting until such time as the 
board finds that the county has reasonably complied or is dil- 
igently attempting to comply with such laws and regulations. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-100, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-04-100, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-072 (Order 72), § 136-04-100, filed 


3/21/90, effective 4/21/90; Order 31, § 136-04-100, filed 12/16/77; Order 24, 
§ 136-04-100, filed 10/31/74.] 


WAC 136-04-110 Effect of noncompliance with stan- 
dards of good practice. Failure of a county to receive and 
maintain a certificate of good practice or a conditional certif- 
icate of good practice will, upon notification to the state trea- 
surer by the county road administration board, result in the 
withholding from the county of a part of or its entire share of 
motor vehicle fuel tax distributable pursuant to RCW 
46.68.120. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-04-110, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-04-110, filed 8/12/96, effective 9/12/96.] 


Chapter 136-11 WAC 
MAINTENANCE MANAGEMENT 


WAC 

136-11-010 Purpose and authority. 

136-11-020 Goal. 

136-11-030 Objectives. 

136-11-040 Maintenance management requirements. 
136-11-050 Annual review. 

136-11-060 County road administration board assistance. 


WAC 136-11-010 Purpose and authority. The laws of 
the state of Washington provide in RCW 36.80.030 that the 
county engineer shall have supervision, under the direction of 
the county legislative authority, of maintaining all county 
roads of the county. The purpose of maintenance manage- 
ment is to recognize that many road maintenance activities 
can be planned, scheduled and accomplished in a predeter- 
mined manner. RCW 36.78.121 directs the county road 
administration board, or its successor entity, to establish a 
standard of good practice for maintenance of transportation 
system assets. 

[Statutory Authority: Chapter 36.79 RCW. 05-22-060, § 136-11-010, filed 
10/31/05, effective 12/1/05; 99-01-021, § 136-11-010, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 


§ 136-11-010, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 80-02-105 (Order 37), § 136-11-010, filed 1/24/80.] 
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WAC 136-11-020 Goal. This chapter is intended to 
establish basic management principles for road maintenance 
activities and to set forth specific goals and objectives rela- 
tive to the results to be achieved. 

[Statutory Authority: Chapter 36.79 RCW. 05-22-060, § 136-11-020, filed 
10/31/05, effective 12/1/05; 99-01-021, § 136-11-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 


§ 136-11-020, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 80-02-105 (Order 37), § 136-11-020, filed 1/24/80.] 


WAC 136-11-030 Objectives. (1) To preserve the 
investment made in roads, bridges, and roadway appurte- 
nances. 

(2) To create stronger accountability to ensure that cost- 
effective maintenance and preservation is provided for trans- 
portation facilities. 

[Statutory Authority: Chapter 36.79 RCW. 05-22-060, § 136-11-030, filed 
10/31/05, effective 12/1/05; 99-01-021, § 136-11-030, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 


§ 136-11-030, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 80-02-105 (Order 37), § 136-11-030, filed 1/24/80.] 


WAC 136-11-040 Maintenance management 
requirements. (1) An inventory of significant maintenance 
features (physical assets), as determined by the county, shall 
be maintained. 

(2) Maintenance management is based upon work activ- 
ities. Work activity guidelines shall be defined, by each 
county, for the significant activities representing the mainte- 
nance work to be performed. Definitions shall include an 
activity code, title, description, work unit and inventory unit. 

(3) An annual work program and budget shall be pre- 
pared. The activity-based work program and budget shall 
summarize the kinds and amounts of work planned and the 
costs of the planned work. 

(4) The resources needed to accomplish the annual work 
program shall be documented. 

(5) Work scheduling procedures shall be documented. 

(6) Work accomplishment and expenditure shall be mon- 
itored. 


[Statutory Authority: Chapter 36.79 RCW. 05-22-060, § 136-11-040, filed 
10/31/05, effective 12/1/05.] 


WAC 136-11-050 Annual review. On an annual basis, 
beginning in calendar year 2008, the county road administra- 
tion board shall review compliance with the requirements of 
WAC 136-11-040 and report the results to the transportation 
commission or its successor entity. 


[Statutory Authority: Chapter 36.79 RCW. 05-22-060, § 136-11-050, filed 
10/31/05, effective 12/1/05.] 


WAC 136-11-060 County road administration board 
assistance. To assist each county to meet its requirements, 
the county road administration board shall provide mainte- 
nance management support and training. The county road 
administration board will also provide to counties, upon 
request, technical assistance related to defining, developing, 
operating, managing and utilizing maintenance management 
procedures. 


[Statutory Authority: Chapter 36.79 RCW. 05-22-060, § 136-11-060, filed 
10/31/05, effective 12/1/05.] 
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Chapter 136-12 WAC 


STANDARDS OF GOOD PRACTICE—VACANCY IN 
POSITION OF COUNTY ENGINEER 


WAC 

136-12-010 Purpose and authority. 

136-12-020 Procedure during vacancy. 

136-12-030 Acting county engineer. 

136-12-045 Notification of hiring. 

136-12-060 Failure to comply. 

136-12-070 County engineer in counties that choose to employ a 
part-time county engineer or a contract county engi- 
neer. 

136-12-080 Assistant county engineer in counties with a part-time 
county engineer or a contract county engineer. 

DISPOSITION OF SECTIONS FORMERLY 
CODIFIED IN THIS CHAPTER 
136-12-040 Duties of acting county engineer. [Regulation 1, § 136- 
12-040, filed 12/13/67.] Repealed by Order 1, filed 
7/17/68. 
136-12-050 Construction during vacancy. [Regulation 1, § 136-12- 


050, filed 12/13/67.] Repealed by Order 1, filed 7/17/68. 


WAC 136-12-010 Purpose and authority. The laws of 
the state of Washington make detailed provisions in chapter 
36.80 RCW, for the employment of a county engineer in each 
county. This chapter specifies that the county legislative 
authority of each county shall employ a county road engineer 
on either a full-time or part-time basis, or by contracting with 
another county for the engineering services of a county road 
engineer; that he/she shall be a registered and licensed profes- 
sional civil engineer under the laws of this state; that he/she 
shall have supervision, under the direction of the county leg- 
islative authority, of all activities related to the county roads 
of the county, including maintenance; that he/she shall certify 
to the county legislative authority all bills with respect to 
county roads; that he/she shall keep complete public records 
of all road department activities; that he/she shall prepare 
plans and specifications for all construction work on the 
county road system. 

[Statutory Authority: Chapter 36.79 RCW. 02-18-018, § 136-12-010, filed 
8/22/02, effective 9/22/02; 99-01-021, § 136-12-010, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-12-010, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.78.080. 90-07-074 (Order 74), § 136-12-010, filed 3/21/90, effective 


4/21/90; Order 13, § 136-12-010, filed 12/26/69; Regulation 1, § 136-12- 
010, filed 12/13/67.] 


WAC 136-12-020 Procedure during vacancy. It is 
unavoidable that vacancies will occur from time to time in the 
position of county engineer. When a vacancy occurs in the 
office of county engineer due to resignation, retirement, 
death or for any other reason, the county legislative authority 
shall take immediate steps to find a replacement, either by 
promotion from within the organization if a competent and 
eligible person is available, or by advertisement for, and 
interview of, qualified applicants. The county legislative 
authority or county executive shall, within five working days, 
notify the county road administration board of the vacancy, 
and of the procedure to be followed during the period of 
vacancy. 

[Statutory Authority: Chapter 36.79 RCW. 02-18-018, § 136-12-020, filed 
8/22/02, effective 9/22/02; 99-01-021, § 136-12-020, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.080. 90-07-074 (Order 74), § 136- 


12-020, filed 3/21/90, effective 4/21/90; Regulation 1, § 136-12-020, filed 
12/13/67.] 
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WAC 136-12-030 Acting county engineer. If for any 
reason, it is impossible to employ a new county engineer 
immediately, the county legislative authority shall designate, 
by resolution, an acting county engineer for an interim 
period, not to exceed six months, except as provided in WAC 
136-12-060. A copy of such resolution shall be forwarded to 
the county road administration board. 

If the acting county engineer is not a licensed profes- 
sional civil engineer, the legislative authority shall designate 
a licensed professional civil engineer to perform all engineer- 
ing services during the interim period as required by chapter 
18.43 RCW, and the acting county engineer shall perform 
only those functions of the office not requiring a professional 
civil engineer's license. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-12-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.080. 90-07-074 
(Order 74), § 136-12-030, filed 3/21/90, effective 4/21/90; Order 25, § 136- 


12-030, filed 1/27/75; Order 1, § 136-12-030, filed 7/17/68; Regulation 1, § 
136-12-030, filed 12/13/67.] 


WAC 136-12-045 Notification of hiring. When final 
arrangements for the employment of a new county engineer 
have been made, the county legislative authority or the 
county executive shall, within five working days, notify the 
county road administration board in writing and shall include 
the following information: Name of new county engineer, 
Washington registration number, start date, and contact infor- 
mation, including an e-mail address if available. In addition, 
the notification shall include a copy of the organization chart 
detailing the responsibilities of the county engineer. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-018, § 136-12-045, filed 
8/22/02, effective 9/22/02.] 


WAC 136-12-060 Failure to comply. If notification is 
not received within the time frame established in WAC 136- 
12-045, the matter of the vacancy will be considered at the 
next regular meeting of the county road administration board. 
The county road administration board may require that all 
day labor construction projects be shut down and/or that all 
distribution of gas tax funds to the county cease: Provided 
however, That it may continue to grant reasonable extensions 
in the event the affected county can give adequate proof or 
demonstrate at the next regularly scheduled board meeting 
that a diligent effort has been made to secure the services of a 
qualified engineer. 
[Statutory Authority: Chapter 36.79 RCW. 02-18-018, § 136-12-060, filed 
8/22/02, effective 9/22/02; 99-01-021, § 136-12-060, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.080. 90-07-074 (Order 74), § 136- 


12-060, filed 3/21/90, effective 4/21/90; Regulation 1, § 136-12-060, filed 
12/13/67.] 


WAC 136-12-070 County engineer in counties that 
choose to employ a part-time county engineer or a con- 
tract county engineer. When the county legislative authority 
chooses to employ a county engineer on a part-time basis the 
terms of such employment shall be set forth in a contract 
adopted by resolution of the legislative authority. Such con- 
tract shall specify, but need not be limited to: Statement of 
legal responsibility, salary or wage arrangements, meetings 
with the legislative authority, travel expenses and relation- 
ship with regular employees. A copy of such resolution and 
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contract shall be forwarded to the office of the county road 
administration board. 

When the legislative authority chooses to contract with 
another county for services such contract shall be approved 
by resolution of both legislative authorities. Such contract 
shall specify, but need not be limited to: Statement of legal 
responsibility, salary or wage arrangements, meetings with 
the legislative authority, travel expenses and relationship 
with regular employees. A copy of the contract and both res- 
olutions shall be forwarded to the office of the county road 
administration board. Any such contract shall be in accor- 
dance with the procedures of the Interlocal Cooperation Act, 
chapter 39.34 RCW. 

[Statutory Authority: Chapter 36.79 RCW. 02-18-018, § 136-12-070, filed 
8/22/02, effective 9/22/02; 99-01-021, § 136-12-070, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-12-070, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 


36.78.080. 90-07-074 (Order 74), § 136-12-070, filed 3/21/90, effective 
4/21/90; Order 13, § 136-12-070, filed 12/26/69.] 


WAC 136-12-080 Assistant county engineer in coun- 
ties with a part-time county engineer or a contract county 
engineer. When a legislative authority of a county chooses to 
employ a licensed professional civil engineer on a part-time 
basis or contract with another county for the services of its 
licensed professional civil engineer, it shall designate by res- 
olution a full-time employee as assistant county engineer. In 
such cases, the designated assistant county engineer shall per- 
form the day to day supervision of the road department under 
the county engineer in accordance with policies established 
by the legislative authority. 

[Statutory Authority: Chapter 36.79 RCW. 02-18-018, § 136-12-080, filed 
8/22/02, effective 9/22/02. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-12-080, filed 8/12/96, effective 9/12/96. Statutory 


Authority: RCW 36.78.080. 90-07-074 (Order 74), § 136-12-080, filed 
3/21/90, effective 4/21/90; Order 13, § 136-12-080, filed 12/26/69.] 


Chapter 136-14 WAC 
STANDARD OF GOOD PRACTICE—PRIORITY 


PROGRAMMING 
WAC 
136-14-010 Purpose and authority. 
136-14-020 Application. 
136-14-030 Process. 
136-14-040 Application of process. 
136-14-050 Certification. 
136-14-060 Inventory records. 


WAC 136-14-010 Purpose and authority. The 
requirement to develop and adopt both long range and short 
range programs as a prerequisite to road construction is 
established in RCW 36.81.121 and 36.81.130. Numerous 
studies have shown that road construction needs far exceed 
available revenue. Priority programming is the development 
and application of techniques designed to rank any array of 
potential projects in order of importance to serve as a guide in 
assisting a county legislative authority in the formulation of 
road programs and distribution of limited resources. Priority 
programming procedures for counties must be adaptable to a 
wide variety of situations. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-14-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070. 90-07-075 
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(Order 75), § 136-14-010, filed 3/21/90, effective 4/21/90; Order 16, § 136- 
14-010, filed 7/22/71.] 


WAC 136-14-020 Application. Priority programming 
techniques shall be applied in the ranking of all potential 
projects on the arterial road system of each county. They may 
be applied to all arterial projects combined in a single group, 
or may be applied to individual functional classes of arterials 
and further subdivided into rural and urban systems if 
desired. Priority programming will not be required, but is rec- 
ommended, for the local access road system. 


[Statutory Authority: RCW 36.78.070. 90-07-075 (Order 75), § 136-14-020, 
filed 3/21/90, effective 4/21/90; Order 16, § 136-14-020, filed 7/22/71.] 


WAC 136-14-030 Process. Each county engineer will 
be required to develop a priority programming process tai- 
lored to meet the overall roadway system development policy 
determined by his or her county legislative authority. Items to 
be included and considered in the technique for roads shall 
include, but need not be limited to the following: 

(1) Traffic volumes; 

(2) Roadway condition; 

(3) Geometrics; 

(4) Safety and accident history; and 

(5) Matters of significant local importance. 


The manner in which these various items are treated may 
vary from county to county. 


Bridge priorities shall be established in accordance with 
WAC 136-20-060. Accident records may be considered 
where their use will make a legitimate contribution. A 
description of the priority programming technique to be used 
shall be submitted by each county engineer to the county road 
administration board. 


The county road administration board, upon request, will 
provide assistance to counties in the development, evaluation 
or modification of their priority programming process in 
order to meet the requirements of this rule. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-14-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-14-030, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070. 90-07-075 (Order 75), § 136-14-030, filed 
3/21/90, effective 4/21/90; Order 3388, § 136-14-030, filed 4/7/72; Order 16, 
§ 136-14-030, filed 7/22/71.] 


WAC 136-14-040 Application of process. The priority 
programming process for roads shall be applied by the county 
engineer to all potential arterial projects in the county, and to 
local access road projects if directed by the legislative author- 
ity. The resulting priority array shall be updated not later than 
June 1st of each odd-numbered year and shall be consulted 
together with bridge priorities by the county legislative 
authority and county engineer during the preparation of the 
proposed six-year transportation program as described in 
chapter 136-15 WAC. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-14-040, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-14-040, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-075 (Order 75), § 136-14-040, filed 
3/21/90, effective 4/21/90; Order 25, § 136-14-040, filed 1/27/75; Order 
3388, § 136-14-040, filed 4/7/72; Order 16, § 136-14-040, filed 7/22/71.] 
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WAC 136-14-050 Certification. In order to assure that 
priority arrays were available and were consulted during the 
preparation of the proposed six-year transportation program 
each year, the resolution of adoption of such program by each 
legislative authority shall include assurances to this effect. A 
copy of the adopting resolution shall be forwarded to the 
county road administration board together with the six-year 
transportation program. 

[Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-14- 
050, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 36.78.070. 


90-07-075 (Order 75), § 136-14-050, filed 3/21/90, effective 4/21/90; Order 
25, § 136-14-050, filed 1/27/75; Order 16, § 136-14-050, filed 7/22/71.] 


WAC 136-14-060 Inventory records. Each priority 
programming process will be based, at least in part, on exist- 
ing road conditions. It is required, therefore, that in each 
county an adequate road inventory system be maintained. 
The inventory system shall be updated no later than May Ist 
of each year to reflect work done and improvements made 
during the previous year in accordance with requirements of 
chapter 136-60 WAC. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-14-060, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-14-060, filed 8/12/96, effective 9/12/96. Statutory 


Authority: RCW 36.78.070. 90-07-075 (Order 75), § 136-14-060, filed 
3/21/90, effective 4/21/90; Order 16, § 136-14-060, filed 7/22/71.] 


Chapter 136-15 WAC 


PROCEDURES FOR PREPARATION OF SIX-YEAR 
TRANSPORTATION PROGRAMS 


WAC 

136-15-010 Purpose and authority. 

136-15-020 Contents of six-year program. 

136-15-030 Road fund revenue and expenditure analysis. 
136-15-040 Program listings of specific projects. 
136-15-045 RAP projects in the six-year program. 
136-15-050 Adoption and submittal of six-year program. 
136-15-060 Conflicts with WSDOT and TIB authority. 


WAC 136-15-010 Purpose and authority. RCW 
36.81.121 requires the preparation and annual updating of a 
six-year comprehensive transportation program. The pro- 
gram shall be adopted by the county legislative authority at 
any time before adoption of the annual budget and shall 
include all anticipated road and bridge construction projects, 
capital ferry expenditures, paths and trails projects and any 
other specified capital outlays for the following six-year 
period. The purpose of this chapter is to implement these stat- 
utory requirements with assurance that the program is based 
on a realistic assessment of available funding during the pro- 
gram period. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-15-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.81.121. 97-24-068, 
§ 136-15-010, filed 12/2/97, effective 1/2/98. Statutory Authority: RCW 
36.78.070 and 36.79.060. 96-17-013, § 136-15-010, filed 8/12/96, effective 


9/12/96. Statutory Authority: Chapter 36.78 RCW. 88-16-017 (Order 68), § 
136-15-010, filed 7/25/88.] 


WAC 136-15-020 Contents of six-year program. 
Each adopted program shall designate the six-year time 
period included, the name of the county, the county number 
as assigned by the state office of financial management, the 
date(s) of the public hearing held to provide public input to 
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the program, the date of the adoption by the legislative 
authority and the adopting resolution number. The adopted 
program for submittal to the county road administration 
board shall consist of two parts: 

(1) A road fund revenue and expenditure analysis for the 
six-year time period; and 

(2) A program listing of specific projects. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-15-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-15-020, filed 8/12/96, effective 9/12/96. Statutory 


Authority: Chapter 36.78 RCW. 88-16-017 (Order 68), § 136-15-020, filed 
7/25/88.] 


WAC 136-15-030 Road fund revenue and expendi- 
ture analysis. The road fund revenue and expenditure analy- 
sis shall include the county's best estimates of future road 
fund revenues and expenditures over each year of the six-year 
program period. 

The anticipated revenues should include a line item for 
motor vehicle fuel tax, the road levy after diversion, federal 
transportation program grants (by program), TIB funds, 
RATA funds, RID funds, public works trust fund loans, state 
forest funds, federal forest funds, and other miscellaneous 
revenues. 

The anticipated road fund expenditures should include 
line items for administration, maintenance, facilities, trans- 
fers and loan repayments, reimbursable work and miscella- 
neous expenditures and shall show by subtraction the amount 
available for construction during each year of the program 
period. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-15-030, filed 


12/7/98, effective 1/7/99. Statutory Authority: Chapter 36.78 RCW. 88-16- 
017 (Order 68), § 136-15-030, filed 7/25/88.] 


WAC 136-15-040 Program listings of specific 
projects. This listing shall include projects having an esti- 
mated cost approximately equal to the anticipated revenues 
for projects during the program period, clearly identifying 
those projects (1) for which funding is reasonably assured; 
(2) for which funds are not specifically assured but are within 
expected levels of existing programs for the applicable year; 
and (3), if desired, those which are unfunded within currently 
anticipated resources. Because of the possibility of unfore- 
seen future circumstances at the time of approval of the six- 
year program, the above construction funding classification 
for any project shall not be considered final, but only an indi- 
cation of the relative certainty of the various proposed 
projects. 

It is recommended that provision be made in the program 
for one or more generic projects each year for improvements 
such as miscellaneous safety projects, new culvert and small 
bridge construction and other minor improvements. 


[Statutory Authority: Chapter 36.78 RCW. 88-16-017 (Order 68), § 136-15- 
040, filed 7/25/88.] 


WAC 136-15-045 RAP projects in the six-year pro- 
gram. Each county's six-year transportation program in each 
even-numbered year shall include all projects for which the 
county may request RATA funds during the succeeding bien- 
nium. Project cost estimates for prospective RAP projects 
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shall be considered preliminary and subject to revision until a 
project application is submitted. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-15-045, filed 
12/7/98, effective 1/7/99.] 


WAC 136-15-050 Adoption and submittal of six-year 
program. A six-year program shall be adopted by resolution 
of the county legislative authority after appropriate public 
hearing at any time before adoption of the annual budget. The 
resolution of adoption shall include reference to availability 
of: 

(1) A priority array as required by WAC 136-14-050; 

(2) An engineer's bridge condition report as required by 
WAC 136-20-060; and 

(3) The multiyear financing plan of the transportation 
element of the county's comprehensive plan if required by 
chapter 36.70A RCW. 

Within thirty days of adoption, the county legislative 
authority shall submit the six-year program to the county 
road administration board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-15-050, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.81.121. 97-24-068, 


§ 136-15-050, filed 12/2/97, effective 1/2/98. Statutory Authority: Chapter 
36.78 RCW. 88-16-017 (Order 68), § 136-15-050, filed 7/25/88.] 


WAC 136-15-060 Conflicts with WSDOT and TIB 
authority. Nothing in this rule shall eliminate or modify any 
requirements or procedures or authorities of either the Wash- 
ington state department of transportation or the transportation 
improvement board as codified in the Revised Code of Wash- 
ington or as adopted in the Washington Administrative Code. 


[Statutory Authority: Chapter 36.78 RCW. 88-16-017 (Order 68), § 136-15- 
060, filed 7/25/88.] 


Chapter 136-16 WAC 


STANDARD OF GOOD PRACTICE—ANNUAL ROAD 
PROGRAM, CONSTRUCTION REPORT, AND DAY 


LABOR LIMITS 

WAC 

136-16-010 Purpose and authority. 

136-16-018 Adoption of annual program. 

136-16-020 Contents of annual program. 

136-16-022 Day labor limit. 

136-16-025 Miscellaneous and alternate projects. 

136-16-030 Requirements of listing equipment. 

136-16-035 Requirements of listing maintenance and special main- 

tenance. 

136-16-040 Forwarding of program. 

136-16-042 Modification of program. 

136-16-050 Annual construction report. 

DISPOSITION OF SECTIONS FORMERLY 

CODIFIED IN THIS CHAPTER 

136-16-012 Projects of environmental significance. [Order 21, § 
136-16-012, filed 4/19/73.] Repealed by Order 29, filed 
8/3/76. 

136-16-014 Projects of environmental insignificance. [Order 21, § 
136-16-014, filed 4/19/73.] Repealed by Order 29, filed 
8/3/76. 

136-16-016 Dissemination of environmental assessment informa- 
tion. [Order 21, § 136-16-016, filed 4/19/73.] Repealed 
by Order 29, filed 8/3/76. 

136-16-060 Publication of information on day labor projects. [Order 
17, § 136-16-060, filed 7/22/71.] Repealed by Order 23, 
filed 3/11/74. 
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WAC 136-16-010 Purpose and authority. As provided 
for in RCW 36.81.130, the county engineer shall submit a 
recommended annual road program, hereinafter referred to as 
the annual program, to the county legislative authority on or 
before the first Monday in October. The annual road pro- 
gram shall include recommendations for all road and bridge 
construction projects and all road equipment purchases for 
the ensuing year. The county legislative authority shall con- 
sider the recommended program and make any revisions 
deemed necessary. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-16-010, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-076 (Order 76), § 136-16-010, filed 


3/21/90, effective 4/21/90; Order 29, § 136-16-010, filed 8/3/76; Order 21, § 
136-16-010, filed 4/19/73; Regulation 2, § 136-16-010, filed 12/13/67.] 


WAC 136-16-018 Adoption of annual program. The 
county legislative authority shall adopt a final annual pro- 
gram at any time prior to the adoption of the budget. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-018, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070. 90-07-076 


(Order 76), § 136-16-018, filed 3/21/90, effective 4/21/90; Order 29, § 136- 
16-018, filed 8/3/76; Order 21, § 136-16-018, filed 4/19/73.] 


WAC 136-16-020 Contents of annual program. The 
adopted annual program shall include, but not be limited to: 

(1) A line item for estimated preliminary engineering 
costs; 

(2) A line item for estimated right of way acquisition 
costs; and 

(3) A listing of all proposed construction projects for the 
year including a brief description of the work, the name, 
number and functional classification of the road, an estimate 
of the total cost of each project, including construction engi- 
neering but excluding preliminary engineering and right of 
way acquisition, and a notation as to whether construction 
work on each project is to be done by contract or day labor or 
both. 

When a project involves both contract and day labor 
work the estimate shall be divided to show the estimated cost 
of each type of work. The sum of all construction costs shall 
be approximately equal to the amount included in the road 
fund construction budget for construction work. All construc- 
tion projects shall be shown, regardless of funding source, 
including all projects previously authorized and under way 
on which expenditures are anticipated during the program 
year. Projects previously authorized on which construction 
work is contemplated within the program year shall also be 
listed showing the estimated costs of work during the pro- 
gram year. In all cases, the total amount of proposed day 
labor construction costs, including construction administra- 
tion and engineering, shall not exceed the day labor limit as 
computed in WAC 136-16-022. 

[Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-16- 
020, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 36.78 
RCW. 80-09-084 (Order 38), § 136-16-020, filed 7/22/80; Order 29, § 136- 


16-020, filed 8/3/76; Order 21, § 136-16-020, filed 4/19/73; Regulation 2, § 
136-16-020, filed 12/13/67.] 


WAC 136-16-022 Day labor limit. The statutory day 
labor limit shall be computed in accordance with RCW 
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36.77.065 in the following manner for counties with popula- 
tions equal to or exceeding 50,000: 

(1) When the total annual county road construction bud- 
get is four million dollars or more, the day labor limit is eight 
hundred thousand dollars or fifteen percent of the total annual 
county road construction budget, whichever is greater. 

(2) When the total annual county road construction bud- 
get is one million five hundred thousand dollars or more and 
less than four million dollars, the day labor limit is five hun- 
dred twenty-five thousand dollars or twenty percent of the 
total annual county road construction budget, whichever is 
greater. 

(3) When the total annual county road construction bud- 
get is five hundred thousand dollars or more and less than one 
million five hundred thousand dollars, the day labor limit is 
two hundred and fifty thousand dollars or thirty-five percent 
of the total annual county road construction budget, which- 
ever is greater. 

(4) When the total annual county road construction bud- 
get is less than five hundred thousand dollars, the day labor 
limit shall be two hundred and fifty thousand dollars, unless 
the county legislative authority, by resolution, elects the 
alternate procedure set forth in RCW 36.77.065. When such 
alternate procedure is chosen, an individual project limit of 
thirty-five thousand dollars shall apply, and each project shall 
be administered in accordance with chapter 136-18 WAC. 

(5) The statutory day labor limit shall be computed in 
accordance with RCW 36.77.065 in the following manner for 
counties with populations less than 50,000: 

(a) When the total annual county road construction bud- 
get is four million dollars or more, the day labor limit is eight 
hundred eighty thousand dollars or twenty-five percent of the 
total annual county road construction budget, whichever is 
greater. 

(b) When the total annual county road construction bud- 
get is one million five hundred thousand dollars or more and 
less than four million dollars, the day labor limit is five hun- 
dred seventy-seven thousand dollars or thirty percent of the 
total annual county road construction budget, whichever is 
greater. 

(c) When the total annual county road construction bud- 
get is five hundred thousand dollars or more and less than one 
million five hundred thousand dollars, the day labor limit is 
two hundred seventy-five thousand dollars or forty-five per- 
cent of the total annual county road construction budget, 
whichever is greater. 

(d) When the total annual county road construction bud- 
get is less than five hundred thousand dollars, the day labor 
limit shall be two hundred seventy-five thousand dollars, 
unless the county legislative authority, by resolution, elects 
the alternate procedure set forth in RCW 36.77.065. When 
such alternate procedure is chose, an individual project limit 
of thirty-eight thousand five hundred dollars shall apply, and 
each project shall be administered in accordance with chapter 
136-18 WAC. 

Determination by the county road administration board 
that a violation of RCW 36.77.065 has occurred shall be 
cause for issuance of a conditional certificate of good practice 
by the board as specified in WAC 136-04-060 on behalf of 
the county in which the violation occurred. The first condi- 
tion of such a conditional certificate of good practice shall be 
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that the county be required, at the next regular or special 
meeting of the county road administration board, to show 
cause why a certificate of good practice should not be denied 
to that county. 

[Statutory Authority: Chapter 36.79 RCW and SSB 5733. 01-24-074, § 136- 
16-022, filed 12/3/01, effective 1/3/02. Statutory Authority: Chapter 36.79 
RCW. 99-01-021, § 136-16-022, filed 12/7/98, effective 1/7/99. Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-16-022, filed 
8/12/96, effective 9/12/96. Statutory Authority: RCW 36.78.070. 90-07-076 
(Order 76), § 136-16-022, filed 3/21/90, effective 4/21/90. Statutory Author- 
ity: Chapter 36.78 RCW. 80-16-020 (Order 40), § 136-16-022, filed 
10/29/80; 80-09-084 (Order 38), § 136-16-022, filed 7/22/80.] 


WAC 136-16-025 Miscellaneous and alternate 
projects. The adopted program may include an item for mis- 
cellaneous unspecified projects in a dollar amount not to 
exceed ten per cent of the total. The adopted program may 
also include a separate section for alternate projects which 
shall be listed in the same manner as required for regular pro- 
gram projects. No construction work shall be done on any 
alternate project until it has been authorized by resolution. 
Said resolution shall clearly identify the project as an alter- 
nate project, and shall specify which project or projects are 
being deferred or deleted in order that adequate funding be 
available for the alternate. 


[Statutory Authority: Chapter 36.78 RCW. 80-09-084 (Order 38), § 136-16- 
025, filed 7/22/80.] 


WAC 136-16-030 Requirements of listing equip- 
ment. The annual program shall also include a list of all 
major road equipment purchases and repairs contemplated 
for the year, together with the estimated costs thereof. The 
total estimated cost of all equipment listed shall be approxi- 
mately equal to the amount budgeted for equipment purchase 
in the annual equipment rental and revolving fund budget. 
The equipment list may include an item for miscellaneous 
minor equipment in any amount up to ten percent of the esti- 
mated total cost. The list may also include a list of alternate 
or additional items of equipment totaling up to fifteen percent 
of the basic list cost to allow for unforeseen conditions. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-16-030, filed 8/12/96, effective 9/12/96; Regulation 
2, § 136-16-030, filed 12/13/67.] 


WAC 136-16-035 Requirements of listing mainte- 
nance and special maintenance. In accordance with RCW 
36.81.130, the annual program shall also include the amounts 
to be expended for maintenance and special maintenance but 
details of these proposed expenditures shall not be made. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-035, filed 
12/7/98, effective 1/7/99.] 


WAC 136-16-040 Forwarding of program. A copy of 
the adopted annual program and appropriate resolution shall 
be forwarded to the county road administration board within 
thirty days of its adoption but not later than December 31st of 
each year. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-040, filed 


12/7/98, effective 1/7/99; Order 21, § 136-16-040, filed 4/19/73; Regulation 
2, § 136-16-040, filed 12/13/67.] 
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WAC 136-16-042 Modification of program. The 
adopted annual program may not be changed, revised or 
increased except by unanimous vote of the members of the 
legislative authority who are present when the vote is taken. 
Such modifications shall be by resolution of the legislative 
authority and shall list each changed, revised or added 
project. A copy of such resolution shall be forwarded to the 
county road administration board within thirty-days of its 
adoption. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-042, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-16-042, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-076 (Order 76), § 136-16-042, filed 
3/21/90, effective 4/21/90. Statutory Authority: Chapter 36.78 RCW. 80-09- 


084 (Order 38), § 136-16-042, filed 7/22/80; Order 29, § 136-16-042, filed 
8/3/76; Order 21, § 136-16-042, filed 4/19/73.] 


WAC 136-16-050 Annual construction report. At any 
time prior to April 1st of the year following the annual pro- 
gram year, the county engineer shall submit an annual con- 
struction report to the county road administration board in 
accordance with forms and instructions provided by the 
county road administration board. The construction report 
shall show actual expenditures for all construction work 
including construction administration and engineering done 
during the previous budget year. Upon receipt of each 
county's annual construction report, the day labor limit as 
described in WAC 136-16-022 will again be calculated based 
upon the actual accomplishments as set forth in the annual 
construction report. A county which exceeds the day labor 
limit as computed as part of the annual program or as com- 
puted as part of the annual construction report shall be in vio- 
lation of this standard of good practice. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-16-050, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-16-050, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 90-07-076 (Order 76), § 136-16-050, filed 
3/21/90, effective 4/21/90. Statutory Authority: Chapter 36.78 RCW. 80-09- 


084 (Order 38), § 136-16-050, filed 7/22/80; Regulation 2, § 136-16-050, 
filed 12/13/67.] 


Chapter 136-18 WAC 
STANDARD OF GOOD PRACTICE—DAY LABOR 


CONSTRUCTION 

WAC 

136-18-010 Purpose and authority. 

136-18-020 Definitions. 

136-18-030 Authorization of day labor projects. 

136-18-035 Special day labor limit for electrical and traffic control 
projects. 

136-18-060 Day labor project records. 

136-18-064 Preconstruction publication requirements. 

136-18-070 Special day labor project reporting to the county road 
administration board. 

136-18-080 Review of day labor compliance by the county road 
administration board. 

136-18-085 Determination of day labor compliance by the county 
road administration board. 

136-18-090 Action on day labor compliance by the county road 
administration board. 

DISPOSITION OF SECTIONS FORMERLY 
CODIFIED IN THIS CHAPTER 
136-18-040 Location of projects. [Order 27, § 136-18-040, filed 


1/27/76.] Repealed by 79-01-098 (Order 35), filed 
1/3/79. Statutory Authority: Chapter 36.78 RCW. 
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136-18-050 Construction limitations. [Statutory Authority: Chapter 


36.78 RCW. 79-01-098 (Order 35), § 136-18-050, filed 
1/3/79; Order 27, § 136-18-050, filed 1/27/76.] 
Repealed by 80-16-019 (Order 39), filed 10/29/80. Stat- 
utory Authority: Chapter 36.78 RCW. 


WAC 136-18-010 Purpose and authority. Chapter 
36.77 RCW provides for the construction and improvement 
of county roads by contract, by day labor or by a combination 
of day labor and contract. The purpose of this standard of 
good practice is to assure that all day labor construction work 
is accomplished within statutory limitations. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-18-010, filed 8/12/96, effective 9/12/96. Statutory 


Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 136-18-010, filed 
10/29/80; Order 27, § 136-18-010, filed 1/27/76.] 


WAC 136-18-020 Definitions. For purposes of imple- 
menting statutory requirements relative to day labor con- 
struction work, the following definitions shall apply: 

(1) Construction - the building of a new road facility or 
improvement of an existing facility to a higher geometric or 
structural standard. 

(2) Day labor construction - construction work per- 
formed by personnel carried on the county payroll using 
county owned, leased or rented equipment. 

(3) Authorization date - the date that construction is 
authorized. 

(4) Start of construction - the date that construction work 
commences. 

(5) End of construction - the date that construction work 
is completed. 

(6) Completion date - the date on which a county road 
project is closed in the accounting records. 

(7) Estimated construction costs - the county engineer's 
estimate of the cost of contemplated construction work, not 
including preliminary engineering and right of way acquisi- 
tion costs. 

(8) Estimated project costs - the county engineer's esti- 
mate of the cost of engineering, right of way acquisition, and 
construction. 

(9) True and complete construction costs - the account- 
ing record of all construction costs attributed to a county road 
project from the authorization date to the completion date. 

(10) True and complete project costs - the accounting 
record of all engineering, right of way acquisition, and con- 
struction costs attributed to a county road project from the 
authorization date to the completion date. 

(11) Day labor county road project - day labor construc- 
tion authorized by action of the county legislative authority in 
those counties where a cumulative dollar limit applies to all 
day labor construction. 

(12) Special day labor county road project - day labor 
construction which will result in a facility with independent 
utility, authorized by action of the county legislative author- 
ity in those counties: 

(a) With populations equal to or exceeding 50,000 and 
where the total construction budget is less than five hundred 
thousand dollars and the legislative authority has by resolu- 
tion elected to perform day labor construction in an amount 
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not to exceed thirty-five thousand dollars including labor, 
equipment and materials on any one project. 

(b) With populations less than 50,000 and where the total 
construction budget is less than five hundred thousand dollars 
and the legislative authority has by resolution elected to per- 
form day labor construction in an amount not to exceed 
thirty-eight thousand five hundred dollars including labor, 
equipment and materials on any one project. 

[Statutory Authority: Chapter 36.79 RCW and SSB 5733. 01-24-074, § 136- 
18-020, filed 12/3/01, effective 1/3/02. Statutory Authority: RCW 36.78.- 
070 and 36.79.060. 96-17-013, § 136-18-020, filed 8/12/96, effective 
9/12/96. Statutory Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 


136-18-020, filed 10/29/80; 79-01-098 (Order 35), § 136-18-020, filed 
1/3/79; Order 27, § 136-18-020, filed 1/27/76.] 


WAC 136-18-030 Authorization of day labor 
projects. Every proposed day labor county road project and 
special day labor county road project shall be a part of the 
county's annual construction program as defined in RCW 
36.81.130 and WAC 136-16-020. Additions to the program, 
and/or substitutions in the program, may be made by unani- 
mous action of the county legislative authority at any time as 
provided in RCW 36.81.130. No construction work shall be 
done on any project until it has been authorized by resolution 
of said authority. The resolution shall include: 

(1) A brief description of the project; 

(2) A vicinity map showing the location of the project 
and its limits, provided that in lieu of individual vicinity 
maps, a single vicinity map showing the location of all 
projects may be included with the resolution adopting the 
annual program; 

(3) Identification of the project in terms of the officially 
adopted annual program; 

(4) The county engineer's estimate of construction costs 
prepared pursuant to the completion of such preliminary 
engineering; and 

(5) Construction plans as shall be necessary and suffi- 
cient. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-18-030, filed 8/12/96, effective 9/12/96. Statutory 
Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 136-18-030, filed 


10/29/80; 79-01-098 (Order 35), § 136-18-030, filed 1/3/79; Order 27, § 
136-18-030, filed 1/27/76.] 


WAC 136-18-035 Special day labor limit for electri- 
cal and traffic control projects. Projects that consist of elec- 
trical and traffic control work are subject to the specific day 
labor limits as set forth in RCW 36.77.065. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-035, filed 
12/7/98, effective 1/7/99.] 


WAC 136-18-060 Day labor project records. All day 
labor and special day labor project cost records shall be kept 
in the manner prescribed by the BARS manual. Records of 
quantities shall be kept in a manner consistent with original 
project estimates. The project records shall contain, but shall 
not be limited to, the following: 

(1) Dated authorizing resolution; 

(2) Vicinity map showing project location and limits; 

(3) County engineer's estimate; 
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(4) Affidavit of preconstruction publication required by 
RCW 36.77.070; 


(5) Documentation of start and end of construction dates; 


(6) Affidavit of post-construction publication showing 
true and complete project cost as required by RCW 36.77.- 
070. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-060, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-18-060, filed 8/12/96, effective 9/12/96. Statutory 
Authority: Chapter 36.78 RCW. 79-01-098 (Order 35), § 136-18-060, filed 
1/3/79; Order 27, § 136-18-060, filed 1/27/76.] 


WAC 136-18-064 Preconstruction publication 
requirements. The preconstruction publication required by 
RCW 36.77.070 may be made at any time subsequent to the 
adoption of the annual road construction program by the 
county legislative authority, but no later than the commence- 
ment of day labor on the project or projects. The publication 
shall include a brief description of each project and the 
county engineer's estimate of each project cost showing right 
of way acquisition, preliminary engineering, contract work 
(if any) and work by day labor. 


[Statutory Authority: Chapter 36.78 RCW. 85-11-054 (Order 59), § 136-18- 
064, filed 5/17/85.] 


WAC 136-18-070 Special day labor project reporting 
to the county road administration board. Each county 
engineer shall submit to the county road administration board 
a copy of each resolution authorizing a special day labor 
county road project whose estimated construction cost 
exceeds seventy-five percent of the day labor limit. Upon 
completion of each of these projects, or no later than March 
Ist of the succeeding year, the county engineer shall furnish 
to the county road administration board a copy of the record 
of true and complete construction costs. On any project 
where true and complete construction costs have exceeded 
the statutory day labor limit, the county engineer shall also 
provide to the county road administration board an explana- 
tion of the circumstances resulting in such over-expenditure. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-070, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-18-070, filed 8/12/96, effective 9/12/96. Statutory 
Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 136-18-070, filed 
10/29/80; 79-01-098 (Order 35), § 136-18-070, filed 1/3/79; Order 27, § 
136-18-070, filed 1/27/76.] 


WAC 136-18-080 Review of day labor compliance by 
the county road administration board. The executive 
director of the county road administration board shall have 
authority to investigate cases of apparent violations of day 
labor limits and, for special day labor projects, prepare a list- 
ing of all such projects for which actual expenditures have 
exceeded the statutory day labor limit during the previous 
calendar year for review by the county road administration 
board at its second regular meeting of each calendar year. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-080, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-18-080, filed 8/12/96, effective 9/12/96. Statutory 
Authority: Chapter 36.78 RCW. 80-16-019 (Order 39), § 136-18-080, filed 
10/29/80; Order 27, § 136-18-080, filed 1/27/76.] 
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WAC 136-18-085 Determination of day labor com- 
pliance by the county road administration board. At its 
second regular meeting of each calendar year, the county 
road administration board shall determine if any county has 
unreasonably exceeded its statutory day labor limit for the 
preceding calendar year, as indicated in RCW 36.77.065. In 
determining what is unreasonable, the county road adminis- 
tration board shall consider the following: 

(1) Did the county provide prior notification of the pos- 
sible day labor limit violation in writing to the county road 
administration board? 

(2) What is the amount of the excess day labor expendi- 
ture compared to the total annual county road construction 
expenditure for the same time period? 

(3) Are there extenuating circumstances beyond the con- 
trol of the county that resulted in exceeding the statutory day 
labor limit? 

(4) What is the past record of the county regarding day 
labor compliance? 


[Statutory Authority: Chapter 36.79 RCW. 02-18-019, § 136-18-085, filed 
8/22/02, effective 9/22/02.] 


WAC 136-18-090 Action on day labor compliance by 
the county road administration board. Determination by 
the county road administration board that a violation of RCW 
36.77.065 has occurred shall be cause for issuance of a con- 
ditional certificate of good practice by the board as specified 
in WAC 136-04-060 on behalf of the county in which the vio- 
lation occurred. The first condition of such a conditional cer- 
tificate of good practice shall be that the county be required, 
at the next regular or special meeting of the county road 
administration board, to show cause why a certificate of good 
practice should not be denied to that county. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-18-090, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 


060. 96-17-013, § 136-18-090, filed 8/12/96, effective 9/12/96; Order 27, § 
136-18-090, filed 1/27/76.] 


Chapter 136-20 WAC 


STANDARDS OF GOOD PRACTICE—INSPECTION 
OF BRIDGES ON COUNTY ROADS 


WAC 

136-20-010 Purpose and authority. 
136-20-020 Inventory. 

136-20-030 Inspection. 
136-20-040 Certification. 
136-20-050 Failure to comply. 
136-20-060 Engineer's report. 


WAC 136-20-010 Purpose and authority. Bridges of 
many kinds are an integral part of every county road system. 
The safety and adequacy of these bridges is of vital impor- 
tance to the traveling public. A program of regular periodic 
inspection and reporting is necessary to fully inform each 
county legislative authority regarding the condition and ade- 
quacy of all bridges. RCW 36.78.070(1) authorizes the 
county road administration board to establish standards of 
good practice for the administration of county roads and the 
efficient movement of people and goods over county roads. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-20-010, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070. 90-17-075 
(Order 78), § 136-20-010, filed 8/16/90, effective 9/16/90. Statutory Author- 
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ity: Chapter 36.78 RCW. 79-01-099 (Order 36), § 136-20-010, filed 1/3/79; 
Order 11, § 136-20-010, filed 10/9/69.] 


WAC 136-20-020 Inventory. Each county engineer 
shall have available in his or her office a complete inventory 
of all bridges on the county road system. The inventory shall 
list the location of each bridge by the state road log number 
and appropriate milepoint, and shall include such other infor- 
mation as the engineer deems necessary. In addition, all data 
required for the state of Washington inventory of bridges and 
structures (SWIBS) data base system as maintained by the 
Washington state department of transportation (WSDOT) 
shall be submitted to the WSDOT TransAid Service Center 
bridge engineer on appropriate media furnished or otherwise 
approved by the WSDOT. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-20-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-20-020, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 91-21-136 (Order 83), § 136-20-020, filed 
10/23/91, effective 11/23/91; 90-17-075 (Order 78), § 136-20-020, filed 
8/16/90, effective 9/16/90. Statutory Authority: Chapter 36.78 RCW. 79-01- 


099 (Order 36), § 136-20-020, filed 1/3/79; Order 11, § 136-20-020, filed 
10/9/69.] 


WAC 136-20-030 Inspection. Each county engineer 
shall be responsible for all routine and special inspections of 
all bridges on the county road system in accordance with the 
National Bridge Inspection Standards (NBIS) as promulgated 
and periodically revised by the WSDOT TransAid Service 
Center office. The county engineer shall note the date of all 
inspections and any changes since the previous inspection on 
the SWIBS form and submit all such forms to the WSDOT 
TransAid Service Center bridge engineer within ninety days 
of each inspection. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-20-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-20-030, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 91-21-136 (Order 83), § 136-20-030, filed 
10/23/91, effective 11/23/91; 90-17-075 (Order 78), § 136-20-030, filed 
8/16/90, effective 9/16/90. Statutory Authority: Chapter 36.78 RCW. 79-01- 


099 (Order 36), § 136-20-030, filed 1/3/79; Order 11, § 136-20-030, filed 
10/9/69.] 


WAC 136-20-040 Certification. Prior to April 1st of 
each calendar year, WSDOT assistant secretary for the Tran- 
sAid Service Center will provide the following to the county 
road administration board: 

(1) A listing on a county-by-county basis of all county 
bridges which have not had a regular SWIBS inspection 
report submitted within the previous thirty months; and 

(2) A listing on a county-by-county basis of all county 
bridges which have not had a required special inspection 
report submitted within six months after the required inspec- 
tion date; and 

(3) A listing of all counties which are not in compliance 
with the requirements of the National Bridge Inspection Stan- 
dards and the status of efforts toward achieving such compli- 
ance. 

Any county which is not in compliance with the NBIS or 
has a bridge or bridges on any of the above listings shall be 
assumed to be not in compliance with bridge inspection pro- 
cedures. 
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[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-20-040, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-20-040, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.78.070. 91-21-136 (Order 83), § 136-20-040, filed 
10/23/91, effective 11/23/91; 90-17-075 (Order 78), § 136-20-040, filed 
8/16/90, effective 9/16/90. Statutory Authority: Chapter 36.78 RCW. 79- 
01-099 (Order 36), § 136-20-040, filed 1/3/79; Order 22, § 136-20-040, filed 
4/19/73; Order 11, § 136-20-040, filed 10/9/69.] 


WAC 136-20-050 Failure to comply. Failure of a 
county to be shown in compliance with required bridge 
inspection procedures may be cause for the county road 
administration board to withhold a certificate of good prac- 
tice on behalf of that county in accordance with the proce- 
dures of chapter 136-04 WAC. 

[Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-20- 
050, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 36.78 


RCW. 79-01-099 (Order 36), § 136-20-050, filed 1/3/79; Order 11, § 136- 
20-050, filed 10/9/69.] 


WAC 136-20-060 Engineer's report. Each county 
engineer shall furnish the county legislative authority with a 
written resume of the findings of the bridge inspection effort. 
This resume shall be made available to said authority and 
shall be consulted during the preparation of the proposed six- 
year transportation program revision. The resume shall 
include the county engineer's recommendations as to replace- 
ment, repair or load restriction for each deficient bridge. The 
resolution of adoption of the six-year transportation program 
shall include assurances to the effect that the county engi- 
neer's report with respect to deficient bridges was available to 
said authority during the preparation of the program. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-20-060, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-20-060, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070. 91-21-136 (Order 83), § 136-20-060, filed 
10/23/91, effective 11/23/91; 90-17-075 (Order 78), § 136-20-060, filed 
8/16/90, effective 9/16/90. Statutory Authority: Chapter 36.78 RCW. 79-01- 
099 (Order 36), § 136-20-060, filed 1/3/79; Order 28, § 136-20-060, filed 


5/4/76; Order 26, § 136-20-060, filed 5/6/75; Order 22, § 136-20-060, filed 
4/19/73; Order 11, § 136-20-060, filed 10/9/69.] 


Chapter 136-28 WAC 


STANDARD OF GOOD PRACTICE—COOPERATIVE 
PROCEDURES FOR PROCESSING OF COUNTY 


ROAD ACCIDENT REPORTS 
WAC 
136-28-010 Purpose and authority. 
136-28-020 Procedure. 
136-28-030 Coding detail. 


WAC 136-28-010 Purpose and authority. RCW 
36.78.070(1) authorizes the county road administration board 
to establish standards of good practice for the administration 
of county roads and the efficient movement of people and 
goods over county roads. In order to implement the require- 
ment of the National Highway Safety Act of 1966 that 
requires all states, in cooperation with their various local gov- 
ernments, to collect, compile and make reports to the 
National Highway Traffic Safety Administration in each 
state, the county road administration board has acted to coor- 
dinate the activities of the county engineers and the Washing- 
ton state department of transportation. Each county engineer 
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is to cooperate in this effort by following the procedure out- 
lined below. 

[Statutory Authority: Chapter 36.79 RCW. 05-11-037, § 136-28-010, filed 
5/11/05, effective 6/11/05; 04-05-001, § 136-28-010, filed 2/4/04, effective 
3/6/04; 99-01-021, § 136-28-010, filed 12/7/98, effective 1/7/99. Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-28-010, filed 
8/12/96, effective 9/12/96. Statutory Authority: RCW 36.78.070. 90-17-076 
(Order 79), § 136-28-010, filed 8/16/90, effective 9/16/90; Order 5, § 136- 
28-010, filed 4/23/68.] 


WAC 136-28-020 Procedure. The Washington state 
department of transportation (WSDOT) collects collision 
reports from all law enforcement agencies and receives colli- 
sion reports from individual drivers. Periodically, the 
WSDOT will send or deliver to the county engineer's office 
in each county reports with attached county location coding 
forms (CLCF), concerning collisions occurring on county 
roads in that county. 

The engineer will analyze the report and complete the 
CLCF. For those collisions that the county engineer verifies 
did occur in his/her jurisdiction, only the completed CLCF 
will be returned to the WSDOT. However, if the engineer 
determines that the collision did not occur on a roadway in 
the county's jurisdiction, he/she shall complete the bottom 
portion of the CLCF and return it and the collision report to 
the WSDOT. 

[Statutory Authority: Chapter 36.79 RCW. 05-11-037, § 136-28-020, filed 
5/11/05, effective 6/11/05. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-28-020, filed 8/12/96, effective 9/12/96. Statutory 


Authority: RCW 36.78.070. 90-17-076 (Order 79), § 136-28-020, filed 
8/16/90, effective 9/16/90; Order 5, § 136-28-020, filed 4/23/68.] 


WAC 136-28-030 Coding detail. (1) The county num- 
ber shall be that particular number assigned to each county by 
the state office of financial management for county identifi- 
cation purposes. 

(2) The county road log number shall be that particular 
five-digit number, including both leading and trailing zeros if 
applicable, assigned to each county road according to the 
county's latest county road log. No local names or numbers or 
other nomenclature shall be used in coding. 

(3) The milepost shall be determined as accurately as 
practicable from a comparison of information on the collision 
report with the latest county road log. 

(4) Collisions at an intersection with a state highway will 
be coded by the state department of transportation. 

(5) To ensure uniformity, collisions at the intersection of 
any two county roads shall be coded to a road in the following 
priority order: 

(a) The road with the higher functional class; 

(b) The road that is the through route; 

(c) The road with the lower road number. 

(6) Collisions on roads and/or at intersections with dual 
city-county or county-county responsibilities shall be coded 
in general accordance with the procedures outlined herein 
based on a mutual understanding between the several juris- 
dictions involved. 

[Statutory Authority: Chapter 36.79 RCW. 05-11-037, § 136-28-030, filed 
5/11/05, effective 6/11/05; 99-01-021, § 136-28-030, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-28-030, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 


36.78.070. 90-17-076 (Order 79), § 136-28-030, filed 8/16/90, effective 
9/16/90; Order 5, § 136-28-030, filed 4/23/68.] 
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Chapter 136-40 WAC 


STANDARDS OF GOOD PRACTICE— 
ACCOMMODATION OF UTILITIES ON COUNTY 


WAC 


136-40-010 
136-40-020 
136-40-030 
136-40-040 


136-40-044 


136-40-048 


136-40-050 


136-40-052 


136-40-060 


136-40-100 


136-40-104 


136-40-108 


136-40-112 


136-40-116 


136-40-120 


136-40-124 


136-40-128 


136-40-132 


136-40-136 


136-40-140 


136-40-200 
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ROADS 


Purpose and authority. 

Contents. 

Adoption and submittal. 

Conflicts with state and federal requirements. 


DISPOSITION OF SECTIONS FORMERLY 


CODIFIED IN THIS CHAPTER 


General considerations—Location standards. [Order 18, 
§ 136-40-044, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 

General considerations—Road purpose utilities. [Order 
18, § 136-40-048, filed 7/22/71.] Repealed by 90-22- 
081 (Order 80), filed 11/6/90, effective 12/7/90. Statu- 
tory Authority: RCW 36.78.070. 

Updates, amendments, and modifications. [Statutory 
Authority: RCW 36.78.070. 90-22-081 (Order 80), § 
136-40-050, filed 11/6/90, effective 12/7/90.] Repealed 
by 96-17-013, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070 and 36.79.060. 
General considerations—Accommodation where prior 
right. [Order 18, § 136-40-052, filed 7/22/71.] Repealed 
by 90-22-081 (Order 80), filed 11/6/90, effective 
12/7/90. Statutory Authority: RCW 36.78.070. 
Conflicts with state and federal requirements. [Statutory 
Authority: RCW 36.78.070. 90-22-081 (Order 80), § 
136-40-060, filed 11/6/90, effective 12/7/90.] Repealed 
by 96-17-013, filed 8/12/96, effective 9/12/96. Statu- 
tory Authority: RCW 36.78.070 and 36.79.060. 

Design of facilities—Responsibility. [Order 18, § 136- 
40-100, filed 7/22/71.] Repealed by 90-22-081 (Order 
80), filed 11/6/90, effective 12/7/90. Statutory Author- 
ity: RCW 36.78.070. 

Design of facilities—Planning. [Order 18, § 136-40- 
104, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 
Design of facilities—Standards. [Order 18, § 136-40- 
108, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 
Design of facilities—Appearance. [Order 18, § 136-40- 
112, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 
Design of facilities—Materials. [Order 18, § 136-40- 
116, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 

Design of facilities—Power and communication codes. 
[Order 18, § 136-40-120, filed 7/22/71.] Repealed by 
90-22-081 (Order 80), filed 11/6/90, effective 12/7/90. 
Statutory Authority: RCW 36.78.070. 

Design of facilities—Water line codes. [Order 18, § 
136-40-124, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 

Design of facilities—Pressure pipeline codes. [Order 
18, § 136-40-128, filed 7/22/71.] Repealed by 90-22- 
081 (Order 80), filed 11/6/90, effective 12/7/90. Statu- 
tory Authority: RCW 36.78.070. 

Design of facilities—Sewer line codes. [Order 18, § 
136-40-132, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 

Design of facilities—Drainage facility codes. [Order 18, 
§ 136-40-136, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 

Design of facilities—Utility tunnel or bridge. [Order 18, 
§ 136-40-140, filed 7/22/71.] Repealed by 90-22- 081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 

Construction permits and franchises—General. [Order 
18, § 136-40-200, filed 7/22/71.] Repealed by 90-22- 
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081 (Order 80), filed 11/6/90, effective 12/7/90. Statu- 
tory Authority: RCW 36.78.070. 

Construction permits and  franchises—Application 
requirements. [Order 18, § 136-40-204, filed 7/22/71.] 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Construction permits and franchises—Permit require- 
ments. [Order 18, § 136-40-208, filed 7/22/71.] 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Construction permits and franchises—Environmental 
protection. [Order 18, § 136-40-212, filed 7/22/71.] 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Pipelines—Location. [Order 18, § 136-40-300, filed 
7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
Pipelines—Installation. [Order 18, § 136-40-304, filed 
7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
Pipelines—Cover. [Order 18, § 136-40-308, filed 
7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
Pipelines—Encasement. [Order 18, § 136-40-312, filed 
7/22/71.] Repealed by 90-22- 081 (Order 80), filed 
/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 

Pipelines—Uncased carriers. [Order 18, § 136-40-316, 
filed 7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 

Pipelines—Appurtenances. [Order 18, § 136-40-320, 
filed 7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 

Pipelines—Adjustment of existing facilities. [Order 18, 
§ 136-40-324, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 

Overhead power and communication lines—Type of 
construction. [Order 18, § 136-40-400, filed 7/22/71. 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Overhead power and communication lines—Vertical 
clearance. [Order 18, § 136-40-404, filed 7/22/71. 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Overhead power and communication lines—Horizontal 
clearance. [Order 18, § 136-40-408, filed 7/22/71. 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Overhead power and communication lines—Irregular 
right of way. [Order 18, § 136-40-412, filed 7/22/71. 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Overhead power and communication lines—Aesthetic 
considerations. [Order 18, § 136-40-416, filed 7/22/71.] 
Repealed by 90-22-081 (Order 80), filed 11/6/90, effec- 
tive 12/7/90. Statutory Authority: RCW 36.78.070. 
Underground power and communication lines—Gen- 
eral. [Order 18, § 136-40-500, filed 7/22/71.] Repealed 
by 90-22-081 (Order 80), filed 11/6/90, effective 
12/7/90. Statutory Authority: RCW 36.78.070. 
nderground power and communication lines—Design. 
Order 18, § 136-40-504, filed 7/22/71.] Repealed by 
0-22-081 (Order 80), filed 11/6/90, effective 12/7/90. 
tatutory Authority: RCW 36.78.070. 

nderground power and communication lines—Man- 
oles. [Order 18, § 136-40-508, filed 7/22/71.] Repealed 
y 90-22-081 (Order 80), filed 11/6/90, effective 
2/7/90. Statutory Authority: RCW 36.78.070. 
nderground power and communication lines—Scenic 
areas. [Order 18, § 136-40-512, filed 7/22/71.] Repealed 
by 90-22-081 (Order 80), filed 11/6/90, effective 
12/7/90. Statutory Authority: RCW 36.78.070. 
Installations on bridges—General. [Order 18, § 136-40- 
600, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 

Installations on bridges—Location. [Order 18, § 136- 
40-604, filed 7/22/71.] Repealed by 90-22- 081 (Order 
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80), filed 11/6/90, effective 12/7/90. Statutory Author- 
ity: RCW 36.78.070. 
Installations on bridges—Clearance. [Order 18, § 136- 
40-608, filed 7/22/71.] Repealed by 90-22-081 (Order 
80), filed 11/6/90, effective 12/7/90. Statutory Author- 
ity: RCW 36.78.070. 
Installations on bridges—Mounting. [Order 18, § 136- 
40-612, filed 7/22/71.] Repealed by 90-22-081 (Order 
80), filed 11/6/90, effective 12/7/90. Statutory Author- 
ity: RCW 36.78.070. 
Installations on bridges—Power and communication 
lines. [Order 18, § 136-40-616, filed 7/22/71.] Repealed 
by 90-22-081 (Order 80), filed 11/6/90, effective 
12/7/90. Statutory Authority: RCW 36.78.070. 
Installations on bridges—Beyond abutments. [Order 18, 
§ 136-40-620, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 
Installations on bridges—Responsibility. [Order 18, § 
136-40-624, filed 7/22/71.] Repealed by 90-22-081 
(Order 80), filed 11/6/90, effective 12/7/90. Statutory 
Authority: RCW 36.78.070. 
All utilities—Drainage. [Order 18, § 136-40-700, filed 
7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
ll utilities—Restoration. [Order 18, § 136-40-704, 
led 7/22/71.] Repealed by 90-22-081 (Order 80), filed 
/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
136-40-708 All utilities—Vegetation. [Order 18, § 136-40-708, filed 
7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
136-40-712 All utilities—Debris. [Order 18, § 136-40-712, filed 
7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
136-40-800 Public safety—Traffic control. [Order 18, § 136-40- 
800, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 
136-40-804 Public safety—Open excavation. [Order 18, § 136-40- 
804, filed 7/22/71.] Repealed by 90-22-081 (Order 80), 
filed 11/6/90, effective 12/7/90. Statutory Authority: 
RCW 36.78.070. 
136-40-808 Public safety—Maintenance. [Order 18, § 136-40-808, 
filed 7/22/71.] Repealed by 90-22-081 (Order 80), filed 
11/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 
ublic safety—Emergencies. [Order 18, § 136-40-812, 
iled 7/22/71.] Repealed by 90-22-081 (Order 80), filed 
/6/90, effective 12/7/90. Statutory Authority: RCW 
36.78.070. 


136-40-608 


136-40-612 


136-40-616 


136-40-620 


136-40-624 


136-40-700 


136-40-704 


=> 


136-40-812 


= thg 


WAC 136-40-010 Purpose and authority. RCW 
36.78.070(1) authorizes the county road administration board 
to establish standards of good practice for the administration 
of county roads and the efficient movement of people and 
goods over county roads. The purpose of this standard of 
good practice is to set forth the requirement that each county 
provide for the accommodation of utilities within its right of 
way. In order to effectively administer its authority to: 

(1) Grant utility franchises and permits on county roads 
as provided in chapter 36.55 RCW; 

(2) Exercise overall responsibility for county roads and 
bridges as provided in chapter 36.75 RCW; and 

(3) Exercise its police power; each county legislative 
authority shall adopt a generally applicable written policy 
("utility policy") to provide administrative, procedural, and 
technical guidance for the installation, replacement, adjust- 
ment, relocation, and maintenance of all above and below 
ground utilities and other transmission or transport facilities 
located within all county road rights of way. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-40-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070. 90-22-081 
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(Order 80), § 136-40-010, filed 11/6/90, effective 12/7/90; Order 18, § 136- 
40-010, filed 7/22/71.] 


WAC 136-40-020 Contents. Each utility policy shall, at 
a minimum: 

(1) Address all public and private utilities and other 
transmission or transport facilities which are installed, 
replaced, adjusted, relocated and/or maintained within the 
county road right of way pursuant to franchises, permits, 
and/or exemptions from the permit process including but not 
limited to electric power, telephone, television, telegraph, 
communication, water, gas, all petroleum products, steam, 
chemicals, sewage, drainage, and irrigation; 

(2) Include general standards and requirements for the 
location, design, and construction of each utility; 

(3) Incorporate a written permit process for all utility 
work not exempted by the provisions of the utility policy, and 
specify exemptions from such permit process, if any; 

(4) Include specific requirements for underground utili- 
ties which shall include location and alignment, depth of 
burial and cover, encasement, marking, appurtenances and 
related installation procedures; 

(5) Include specific requirements for above ground utili- 
ties which shall include location and alignment and vertical 
clearances; 

(6) Include specific requirements for all utilities which 
shall include aesthetic/scenic considerations, installations on 
roadway bridges and structures, site restoration and cleanup, 
traffic control and public safety, and both normal and emer- 
gency repairs. 

The county road administration board shall, upon 
request, provide any county a copy of a model utility policy. 
The model utility policy will meet the minimum require- 
ments of this chapter and may be amended as necessary to 
meet the specific needs of a county. 


[Statutory Authority: RCW 36.78.070. 90-22-081 (Order 80), § 136-40-020, 
filed 11/6/90, effective 12/7/90; Order 18, § 136-40-020, filed 7/22/71.] 


WAC 136-40-030 Adoption and submittal. Each 
county legislative authority shall formally adopt a utility pol- 
icy regarding accommodation of utilities on county road 
rights of way that includes all the requirements enumerated in 
WAC 136-40-020. A copy of such utility policy, including all 
updates, amendments and modifications as they may from 
time to time become necessary, shall be forwarded to the 
county road administration board within thirty days of adop- 
tion. 

[Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-40- 
030, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 36.78.070. 
91-21-137 (Order 84), § 136-40-030, filed 10/23/91, effective 11/23/91; 90- 


22-081 (Order 80), § 136-40-030, filed 11/6/90, effective 12/7/90; Order 18, 
§ 136-40-030, filed 7/22/71.] 


WAC 136-40-040 Conflicts with state and federal 
requirements. Nothing in this section shall eliminate or 
modify any requirements, procedures, or authorities of the 
Washington state department of transportation, the Washing- 
ton utilities and transportation commission, the Federal High- 
way Administration or any other state or federal agency. 


[Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-40- 
040, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 36.78.070. 
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90-22-081 (Order 80), § 136-40-040, filed 11/6/90, effective 12/7/90; Order 
18, § 136-40-040, filed 7/22/71.] 


Chapter 136-50 WAC 


STANDARDS OF GOOD PRACTICE—STATUTORY 
RELATIONSHIP BETWEEN COUNTY ENGINEER 
AND COUNTY LEGISLATIVE AUTHORITY— 
ADOPTION OF WRITTEN POLICIES 
(Formerly chapter 136-10 WAC) 


WAC 

136-50-010 Purpose and authority. 

136-50-020 Duties of county legislative authority. 

136-50-030 Duties of the county engineer. 

136-50-035 Charter counties. 

136-50-050 Written policy. 

136-50-051 Policy regarding organization. 

136-50-052 Policy regarding personnel practices. 

136-50-053 Policy regarding handling of complaints. 

136-50-054 Policy regarding approval of work for other public agen- 
cies and county departments. 

136-50-055 Policy regarding accommodation of utilities on county 
road rights of way. 

136-50-070 Submittal of policies to the county road administration 


board. 


WAC 136-50-010 Purpose and authority. The powers 
and duties of the county legislative authority in relation to 
roads and bridges, and the qualifications and duties of the 
county engineer are detailed in Title 36 RCW. This chapter 
reiterates the formal relationship between the legislative 
authority and its county engineer and requires that certain 
written policies be adopted to insure the efficient and produc- 
tive operation of the road department. 

In this chapter and throughout Title 136 WAC, the term 
"county engineer" shall mean both "county road engineer" 
and "county engineer," as those terms are used in Title 36 
RCW. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-010, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-020 Duties of county legislative author- 
ity. Certain specific powers and duties are set forth in RCW 
36.75.040, 36.75.050, 36.80.010, 36.81.121, and 36.81.130. 
In addition to these specific statutory duties, the county legis- 
lative authority shall have the duty to develop written poli- 
cies, regarding county road department operation for the 
information and guidance of the county engineer. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-020, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-030 Duties of the county engineer. The 
various duties and responsibilities of the county engineer are 
set forth in chapter 36.80 RCW. In addition to these specifi- 
cally defined duties, the county engineer shall be guided by 
written policies regarding county road department operation 
as promulgated by the county legislative authority. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-030, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-035 Charter counties. In counties that 
have adopted a home rule charter, as provided for in Article 
11 subsection 4 of the state Constitution, the duties and 
responsibilities of the county engineer set forth in chapter 
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36.80 RCW may be modified by the county legislative 
authority as allowed by existing constitutional law, statutory 
law, and the county's charter. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-035, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-050 Written policy. In order to imple- 
ment the requirements of this chapter, the county legislative 
authority shall develop and by resolution adopt written poli- 
cies, within the limits of existing state law, that cover any 
matters relating to road department operation as they may see 
fit. At a minimum, written policies must be adopted to cover 
the issues listed in WAC 136-50-051 through 136-50-055. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-050, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-051 Policy regarding organization. It 
shall be the duty of the county engineer to organize the road 
department in accordance with the policies of the county leg- 
islative authority, into such departments, divisions, districts, 
or units as may be necessary to meet statutory requirements 
and to perform such additional services as may be directed by 
policy of the legislative authority. 

The county legislative authority shall adopt a written 
policy, including a chart or pictorial representation, designat- 
ing the interrelationships of all positions in the road depart- 
ment from the county legislative authority through all 
employees. The chart shall clearly show the complete chain 
of command throughout the entire organization. Copies of 
such chart shall be retained in the office of the county engi- 
neer and in all road department shops in such a manner that it 
will be readily available to all road department employees 
and the general public. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-051, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-052 Policy regarding personnel prac- 
tices. The county legislative authority shall adopt a written 
policy outlining all road department personnel practices. The 
policy shall address recruitment, appointment, promotion, 
dismissal, hours of work, overtime, annual leave, sick leave, 
military leave, holidays, classification, union relationship 
where applicable, and general work rules, and may also 
include other topics as desired by the legislative authority. 
Copies of such policy shall be retained in the office of the 
county engineer and in all road department shops in such a 
manner that it will be readily available to all road department 
employees and prospective employees. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-052, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-053 Policy regarding handling of com- 
plaints. The county legislative authority shall adopt a written 
policy establishing the method by which complaints from the 
general public and others related to any road department 
activity will be handled. The purpose is to assure that each 
county will have an orderly procedure to insure that citizen 
complaints receive prompt attention. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-053, filed 
8/22/02, effective 9/22/02.] 
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WAC 136-50-054 Policy regarding approval of work 
for other public agencies and county departments. The 
county legislative authority shall adopt a written policy 
regarding approval of work for other public agencies and 
county departments. The policy shall include, but is not lim- 
ited to, the following: 

(1) Statement of intent indicating whether or not the leg- 
islative authority will accept requests for work for other pub- 
lic agencies or other county departments. 

(2) Statement indicating procedures to be followed in 
processing such requests in accordance with applicable stat- 
utes. 

(3) Statement indicating any delegation of authority in 
processing such requests. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-054, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-055 Policy regarding accommodation 
of utilities on county road rights of way. The county legis- 
lative authority shall adopt a written policy outlining the 
county's administrative, procedural, and technical require- 
ments regarding the installation, replacement, adjustment, 
relocation, and maintenance of all utilities in, on, or above the 
county road right of way. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-055, filed 
8/22/02, effective 9/22/02.] 


WAC 136-50-070 Submittal of policies to the county 
road administration board. Each county legislative author- 
ity shall submit to the office of the county road administration 
board one copy of each policy required in WAC 136-50-051 
through 136-50-055, and any subsequent revisions thereto, 
adopted pursuant to this regulation. The county road admin- 
istration board shall maintain a current file of all such 
adopted policies for each county. 


[Statutory Authority: Chapter 36.79 RCW. 02-18-020, § 136-50-070, filed 
8/22/02, effective 9/22/02.] 


Chapter 136-60 WAC 


STANDARD OF GOOD PRACTICE— 
MAINTENANCE OF COUNTY ROAD LOGS 


WAC 

136-60-010 Purpose and authority. 

136-60-020 Definitions. 

136-60-030 Submittal of annual updates. 

136-60-040 Validation of annual updates. 

136-60-050 Validation requirements for control fields. 
136-60-060 Utilization of common computer data base. 


WAC 136-60-010 Purpose and authority. RCW 
46.68.124(2) provides that the county road administration 
board shall maintain the county road log for the purpose of 
computing estimated county road replacement costs and esti- 
mated annual maintenance costs for county fuel tax alloca- 
tions. It further provides that each county shall submit 
changes, corrections, additions, and deletions (i.e., "updates") 
to the county road administration board which in turn are sub- 
ject to validation prior to inclusion in the road log maintained 
by the county road administration board. This chapter 
describes the manner in which the county road administration 
board will administer this responsibility. 
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[Statutory Authority: Chapter 36.79 RCW. 03-05-009, § 136-60-010, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-60-010, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-60-010, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 86-23-050 (Order 64-P), § 136-60-010, filed 11/19/86.] 


WAC 136-60-020 Definitions. For purposes of imple- 
menting procedures for updating, validating and maintaining 
the county road log, the following definitions shall apply: 

(1) County road log - the listing, by county, of all roads 
under county jurisdiction including their description, length, 
milepost identification, functional class, surface type, traffic 
volume, and other administrative and physical inventory 
items that may be included. 

(2) Computer data base application software - the com- 
puter data base application software by which the county 
road log data is updated and maintained by all counties and 
the county road administration board. 

(3) Updates - periodic changes to the county road log 
involving any or all of the included data elements. 

(4) Control fields - those fields within the county road 
log for which all updates need to be verified by the county 
road administration board prior to inclusion in the master 
county road log. Control fields are those fields utilized for the 
computation of gas tax allocations in accordance with RCW 
46.68.124. The control fields are: Unique identifier (county 
road number, beginning milepost, ending milepost), jurisdic- 
tion, length, function class, surface type, surface width, right 
and left shoulder type, right and left shoulder width, and aver- 
age daily traffic volume. 

(5) Master county road log - the combination of all 
county road logs as kept by the county road administration 
board containing the county road log of all counties as of July 
Ist of each year. 

[Statutory Authority: Chapter 36.79 RCW. 03-05-009, § 136-60-020, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-60-020, filed 12/7/98, effective 


1/7/99. Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64-P), 
§ 136-60-020, filed 11/19/86.] 


WAC 136-60-030 Submittal of annual updates. Each 
county shall be responsible for maintaining current informa- 
tion regarding its road log and, no later than May Ist of each 
year, shall submit an updated road log for its complete road 
system with all data elements as of December 31st of the pre- 
ceding year. This annual update must be on computer-read- 
able medium and written in the computer data base applica- 
tion software format as prescribed by the county road admin- 
istration board. All updates involving changes in control 
fields must include supporting documentation as required in 
WAC 136-60-050. 

[Statutory Authority: Chapter 36.79 RCW. 03-05-009, § 136-60-030, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-60-030, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 


136-60-030, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 86-23-050 (Order 64-P), § 136-60-030, filed 11/19/86.] 


WAC 136-60-040 Validation of annual updates. All 
control field updates will be subject to review, approval and 
acceptance (i.e., "validation") by the county road administra- 
tion board. This process will involve reviewing the submitted 
documentation and conducting spot-checks as may be neces- 
sary. All such updates which are reviewed, approved and 
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accepted by July Ist of each year will be entered into the mas- 
ter county road log. Noncontrol field updates will be entered 
into the master county road log file without review. The mas- 
ter county road log as of July 1st of each year will be utilized 
by the county road administration board for general informa- 
tional purposes and: 

(1) On each odd-numbered year, for computation of 
motor vehicle fuel tax allocations to the counties; 

(2) Annually, for the computation of county arterial pres- 
ervation program allocations to the counties; and 

(3) On each odd-numbered year, for computation of rural 
arterial program allocations to the rural arterial program 
regions. 
[Statutory Authority: Chapter 36.79 RCW. 03-05-009, § 136-60-040, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-60-040, filed 12/7/98, effective 


1/7/99. Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64-P), 
§ 136-60-040, filed 11/19/86.] 


WAC 136-60-050 Validation requirements for con- 
trol fields. Each update of a road log segment that involves a 
change in a control field (including additions or deletions of 
road segments) will be validated by the county road adminis- 
tration board. Documentation necessary to support control 
field changes is as follows: 

Function class - notice of FHWA approval from 
WSDOT. 

Pavement type - statement signed by county engineer 
with list of pavement type changes. 

Responsible agency - the responsible agency is the leg- 
islative authority of the appropriate governmental agency 
with the authority to make the decision required for the 
action, or the state or federal government person authorized 
to approve changes. 

Addition of mileage - official document signed by 
responsible agency authorizing and describing the circum- 
stances of the addition. For example, additions can occur 
through county legislative approval of new plat, 
construction/ reconstruction on new alignment, or a change in 
jurisdiction. 

Deletion of mileage - official document signed by 
responsible agency authorizing and describing the circum- 
stances of the deletion. For example, deletions can occur 
through legislative approval of vacations or a change in juris- 
diction. 

Traffic volume - statement signed by county engineer 
with list of segments affected by change in traffic volume. 

All changes to a control field will be located on appropri- 
ate map(s) with sufficient detail to identify the location of 
each change. All map(s) furnished in support of control field 
changes will be forwarded by the county road administration 
board to WSDOT for future map base updates. 

[Statutory Authority: Chapter 36.79 RCW. 03-05-009, § 136-60-050, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-60-050, filed 12/7/98, effective 


1/7/99. Statutory Authority: Chapter 36.78 RCW. 86-23-050 (Order 64-P), 
§ 136-60-050, filed 11/19/86.] 


WAC 136-60-060 Utilization of common computer 
data base. Each county shall utilize the computer data base 
application software for the maintenance and updating of its 
county road log. This data base application software shall be 
prescribed by the county road administration board and each 
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county shall be responsible for the purchase and installation 
of the requisite software on its own Windows compatible 
computer. 


[Statutory Authority: Chapter 36.79 RCW. 03-05-009, § 136-60-060, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-60-060, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-60-060, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 86-23-050 (Order 64-P), § 136-60-060, filed 11/19/86.] 


Chapter 136-70 WAC 


STANDARDS OF GOOD PRACTICE—PAVEMENT 
MANAGEMENT SYSTEM REQUIREMENT FOR 
COUNTY ARTERIAL PRESERVATION PROGRAM 


ELIGIBILITY 
WAC 
136-70-010 Purpose and authority. 
136-70-020 Definition. 
136-70-030 Application. 
136-70-040 Pavement management system requirements. 
136-70-050 Alternative pavement management system require- 
ments. 
136-70-060 Statewide pavement condition data file. 
136-70-070 Annual review. 
136-70-080 County road administration board assistance. 
136-70-090 Use of pavement management system data for distribu- 


tion of county arterial preservation account funds. 


WAC 136-70-010 Purpose and authority. RCW 
46.68.095 authorizes the county road administration board to 
adopt rules for administering the county arterial preservation 
account, including the requirement that each county imple- 
ment a pavement management system. This chapter outlines 
the method by which the use of a pavement management sys- 
tem will be assured. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-010, filed 
12/7/98, effective 1/7/99.] 


WAC 136-70-020 Definition. A pavement manage- 
ment system (PMS) is a systematic method used to manage 
the preservation, rehabilitation, and maintenance of paved 
road systems by analyzing pavement life cycles, to assess 
overall system performance and costs, and to determine the 
alternative strategies and costs necessary to prevent signifi- 
cant road deterioration. A key element of a PMS is its ability 
to provide pavement preservation alternatives based upon a 
predictive pavement deterioration model. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-020, filed 
12/7/98, effective 1/7/99.] 


WAC 136-70-030 Application. A pavement manage- 
ment system shall be used by all counties to guide the pave- 
ment preservation and rehabilitation activities on all county 
paved arterial roads. Beginning January 1, 1996, each county 
shall utilize a computer-based PMS meeting the requirements 
of WAC 136-70-040 on all county paved arterial roads in 
order to retain eligibility for CAPP funds. Application of the 
PMS to the local access system will not be required to retain 
eligibility for CAPP funds. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-030, filed 
12/7/98, effective 1/7/99.] 


[Title 136 WAC—p. 23] 


136-70-040 


WAC 136-70-040 Pavement management system 
requirements. Each county's PMS shall meet the following 
minimum standards: 

(1) All county jurisdiction paved arterials, as defined by 
the most recently approved county road log as described in 
chapter 136-60 WAC, shall be surveyed for visual pavement 
distress at least biennially. Distress rating information must 
be keyed to the county road log by both road number and 
mileposts. 

(2) All visual distresses (or defects) for both flexible and 
rigid pavements, both in severity and extent, shall be as 
defined within the "Pavement Surface Condition Rating 
Manual" (March 1992, produced by the Washington state 
transportation center in cooperation with the northwest pave- 
ment management systems users group and the Washington 
state department of transportation). Only those distresses 
noted as "core program defect" are required to be surveyed. 
Measurement may be at the project, segment, or sample unit 
level. Measurement for each distress will be by one of the 
following: 

(a) Selection of the most predominant severity and extent 
combination; or 

(b) Determination of the extent percent of each level of 

severity. 
Measurement may be by a manual or automated visual condi- 
tion rating process. The distress information will be con- 
verted to a pavement condition rating in accordance with a 
standard deduct matrix or continuous deduct value curves as 
provided by the county road administration board. Alternate 
deduct matrices may be used by a county for internal man- 
agement analyses. Alternate distress determination and eval- 
uation methodologies may be used if approved by the county 
road administration board in accordance with WAC 136-70- 
050. The PMS shall provide for the recording and storage of 
pavement resurfacing, rehabilitation and reconstruction his- 
tory data, including surfacing and base layer types and thick- 
nesses, and year of application. Counties will not be required 
to determine such information for any work done prior to the 
county's implementation date. 

(3) The PMS shall include a future pavement condition 
prediction model that uses the periodic pavement condition 
distress data to forecast future pavement condition and to 
determine an estimate of service life. 

(4) The PMS shall provide for annual downloading to the 
county road administration board of one of the following for 
all paved arterials surveyed for pavement condition in the 
previous twelve months: 

(a) The individual pavement distresses; 

(b) The resultant pavement condition rating based on the 
standard deduct matrix provided by the county road adminis- 
tration board; or 

(c) The resultant pavement condition rating for an 
approved alternative PMS as described in WAC 136-70-050. 

Such downloading shall be called the pavement condi- 
tion data file. It shall be keyed to the county road log, and 
shall be transmitted in the electronic medium and format 
specified by the county road administration board, along with 
the annual road log update required by chapter 136-60 WAC. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-040, filed 
12/7/98, effective 1/7/99.] 
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WAC 136-70-050 Alternative pavement manage- 
ment system requirements. Alternative PMS distress deter- 
mination and evaluation methodologies, processes or systems 
may be used if they yield pavement condition ratings compa- 
rable to the process described in WAC 136-70-040(2). Coun- 
ties intending to use an alternative process must satisfactorily 
demonstrate to the county road administration board that the 
alternative process is based on sound pavement engineering 
principles and is comparable in quality and scale thorough 
research results, documented conversion equations, statistical 
sampling, or other methods. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-050, filed 
12/7/98, effective 1/7/99.] 


WAC 136-70-060 Statewide pavement condition data 
file. The county road administration board shall maintain a 
pavement condition data file, organized by county, contain- 
ing the pavement condition ratings as provided annually by 
each county. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-060, filed 
12/7/98, effective 1/7/99.] 


WAC 136-70-070 Annual review. On an annual basis, 
beginning in calendar year 1993, the executive director of the 
county road administration board shall review the implemen- 
tation of and, beginning in calendar year 1995, the compli- 
ance with, the requirements of WAC 136-70-040 and report 
the results to the county road administration board. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-070, filed 
12/7/98, effective 1/7/99.] 


WAC 136-70-080 County road administration board 
assistance. To enable each county to meet its eligibility 
requirements, the county road administration board shall pro- 
vide a PMS software, application and training as part of its 
agency-supported county road information system. The 
county road administration board shall also provide to coun- 
ties, upon request, administrative and technical assistance 
related to defining, developing, operating, managing and uti- 
lizing pavement management technology. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-080, filed 
12/7/98, effective 1/7/99.] 


WAC 136-70-090 Use of pavement management sys- 
tem data for distribution of county arterial preservation 
account funds. The results and/or data from the individual or 
collective county pavement management systems will not be 
used to distribute CAPA funds nor to establish priorities for 
specific projects or otherwise alter the statutory fund distribu- 
tion. Said results and/or data will be used to evaluate regional 
or statewide arterial preservation and rehabilitation needs and 
to demonstrate compliance with the enabling legislation. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-70-090, filed 
12/7/98, effective 1/7/99.] 


Chapter 136-100 WAC 


ADMINISTRATION OF THE RURAL ARTERIAL 
PROGRAM 


WAC 


136-100-010 Purpose and authority. 
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136-100-020 Adoption of rules. 

136-100-030 Rural arterials and collectors. 

136-100-035 Functional classification verification. 
136-100-040 Delegation of authority. 

136-100-050 Apportionment of RATA funds to regions. 
136-100-060 Provisions for audit of RAP projects. 


WAC 136-100-010 Purpose and authority. RCW 
36.79.060 provides that the county road administration board 
shall administer the rural arterial program (RAP) established 
by chapter 36.79 RCW. This chapter describes the manner in 
which the county road administration board will implement 
the several provisions of chapter 36.79 RCW. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-100-010, filed 8/12/96, effective 9/12/96. Statutory 


Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-100-010, filed 
7/30/84. ] 


WAC 136-100-020 Adoption of rules. The county road 
administration board shall adopt rules in accordance with the 
provisions of the statute for purposes of administering the 
RAP regarding the following: 

(1) Apportionment of rural arterial trust account (RATA) 
funds to regions. 

(2) RAP projects in the six-year program. 

(3) Regional prioritization of RAP projects. 

(4) Preparation of RAP budget and program. 

(5) Eligibility for RATA funds. 

(6) Allocation of RATA funds to approved RAP 
projects. 

(7) CRAB/county contract. 

(8) Processing of vouchers. 

(9) Audit responsibilities. 

(10) Functional classification. 

(11) Design standards for RAP projects. 

(12) Matching requirements. 

(13) Joint county RAP/Rural UAB projects. 

(14) Emergent projects. 

(15) Reports to the legislature. 

(16) Other matters deemed necessary by the county road 
administration board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-100-020, filed 8/12/96, effective 9/12/96. Statutory 


Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-100-020, filed 
7/30/84.] 


WAC 136-100-030 Rural arterials and collectors. 
The statute specifies that rural arterials and collectors shall be 
eligible for RATA funding. In developing project priorities 
and in approving RAP projects the county road administra- 
tion board shall prioritize all prospectus applications to deter- 
mine the priority rating of each proposed project in each 
region in relation to all other proposed projects in each 
region. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-030, filed 
12/7/98, effective 1/7/99; 97-24-069, § 136-100-030, filed 12/2/97, effective 
1/2/98. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 


136-100-030, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 84-16-065 (Order 56), § 136-100-030, filed 7/30/84.] 


WAC 136-100-035 Functional classification verifica- 
tion. Each RAP project application submitted in accordance 


(2009 Ed.) 


136-100-060 


with WAC 136-161-020 shall show the functional classifica- 
tion of the road or roads included in the project. Prior to 
project approval, the county road administration board shall 
verify that the road on which the RAP project is requested is 
classified as a rural arterial or collector. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-035, filed 
12/7/98, effective 1/7/99.] 


WAC 136-100-040 Delegation of authority. In order 
to assure effective and timely administration of the RAP, the 
county road administration board may delegate authority in 
specific matters to its executive director. Delegation may be 
relative to signing of contracts, approval of RAP project 
vouchers, approval of change of scope of a project and other 
matters as may be determined by the county road administra- 
tion board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-040, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-100-040, filed 8/12/96, effective 9/12/96. Statutory 


Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-100-040, filed 
7/30/84.] 


WAC 136-100-050 Apportionment of RATA funds to 
regions. RCW 36.79.040 sets forth the apportionment for- 
mula to be used in distributing RATA funds to the five 
regions. Following are the computations used in the appor- 
tionment formula: 

(1) Computation of land area ratio. The ratio that the 
total county rural land area of each region bears to the total 
tural land area of all counties of the state shall be computed 
from information provided by the office of financial manage- 
ment as of July 1, 1993, and each two years thereafter. 

(2) Computation of road milage ratio. The ratio that the 
mileage of county arterials and collectors in rural areas of 
each region bears to the total mileage of county arterials and 
collectors in all rural areas of the state shall be computed 
from information shown in the county road log maintained by 
the county road administration board as of July Ist of each 
odd-numbered year. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-050, filed 
12/7/98, effective 1/7/99.] 


WAC 136-100-060 Provisions for audit of RAP 
projects. (1) Audit provisions. RAP project audits may be 
conducted by the state auditor's office and will normally be 
conducted in conjunction with the audits of the different 
counties of the state as required by RCW 43.09.260 and 
36.80.080. Special audits of specific RAP projects may be 
accomplished at the request of the county road administration 
board. Ifa special audit is conducted outside the confines of 
those audits required by the above statutes, then the costs of 
the special audit shall be the responsibility of the county road 
administration board. 

(2) Scope of audits. The audit of any RAP project shall 
include, but not be limited to, the review of the county's com- 
pliance with: 

(a) The provisions of the act; and 

(b) The rules in Title 136 WAC regarding implementa- 
tion and administration of the act, with detailed review of 
uses of county road taxes, application of RATA funds, and 
the various reporting requirements. 
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The audit shall also include a review of the financial 
accounting and reporting of those funds associated with and 
received for the RAP project. 

(3) Noncompliance, questioned costs, and post-audit 
penalty. If the audit of a RAP project reveals any area of non- 
compliance and/or questioned costs, then such exceptions 
shall be subject to comment by the examiner within the audit 
report. In the event an exception has been noted within the 
audit report, it shall be the duty of the county road adminis- 
tration board to discuss and evaluate the noted discrepancy. 
Discrepancies may be cause for the county road administra- 
tion board to order the payback of any RATA funds that have 
been expended on ineligible activities and/or withdrawal or 
denial of the certificate of good practice of the county in 
question as provided in chapter 136-04 WAC. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-100-060, filed 
12/7/98, effective 1/7/99.] 


Chapter 136-130 WAC 
REGIONAL PRIORITIZATION OF RAP PROJECTS 


WAC 

136-130-010 Purpose and authority. 

136-130-020 Priorities by region. 

136-130-030 Project prioritization in Puget Sound region (PSR). 
136-130-040 Project prioritization in northwest region (NWR). 
136-130-050 Project prioritization in northeast region (NER). 
136-130-060 Project prioritization in southeast region (SER). 
136-130-070 Project prioritization in southwest region (SWR). 
136-130-080 Limitation on rating points. 


WAC 136-130-010 Purpose and authority. RCW 
36.79.080 sets forth the criteria that will be used in determin- 
ing the priority of specific improvement projects. This chap- 
ter describes how each RAP region will rate and prioritize 
proposed projects. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-130-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-130-010, filed 8/12/96, effective 9/12/96. Stat- 


utory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-130- 
010, filed 7/30/84.] 


WAC 136-130-020 Priorities by region. The county 
road administration board has determined that the interests of 
the counties in the several regions will be best served by 
encouraging development of a distinct project priority rating 
system for each region. These rating systems, described in 
WAC 136-130-030, 136-130-040, 136-130-050, 136-130- 
060, and 136-130-070, shall be used in the prioritization of 
proposed projects requesting RATA funds submitted by 
counties in the respective regions. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-130-020, filed 


12/7/98, effective 1/7/99. Statutory Authority: Chapter 36.78 RCW. 84-16- 
065 (Order 56), § 136-130-020, filed 7/30/84.] 


WAC 136-130-030 Project prioritization in Puget 
Sound region (PSR). Each county in the PSR may submit 
projects requesting RATA funds not to exceed 80% of the 
forecasted regional apportionment. Each project shall be 
rated in accordance with the PSR RAP rating procedures. The 
PSR funding period shall allot a minimum of 25% of the fore- 
casted regional apportionment to projects on roads classified 
as major collectors (07) or minor collectors (08). 
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PSR RAP maximum rating points for the four project 
types shall be assigned based on the following: 


Project Type: 

Rating Criteria: Road 3R Intersection Bridge 
Safety 

Traffic Volume 20 15 20 20 
Accident History 25 15 25 25 
Structure 15 10 5 25 
Geometry 30 20 40 20 
Special Road 10 10 10 10 
Usage 
3R Safety 30 
TOTAL POINTS 100 100 100 100 


Bridge category projects that will not replace the struc- 
ture must have federal funds committed to them prior to sub- 
mittal for RATA funding. 

Prioritization of PSR projects shall be on the basis of 

total PSR RAP rating points shown on the project worksheet 
and the prospectus form of the project application. 
[Statutory Authority: Chapter 36.79 RCW. 06-11-067, § 136-130-030, filed 
5/12/06, effective 6/12/06; 02-11-008, § 136-130-030, filed 5/2/02, effective 
6/2/02; 01-05-009, § 136-130-030, filed 2/8/01, effective 3/11/01; 99-01- 
021, § 136-130-030, filed 12/7/98, effective 1/7/99; 98-09-070, § 136-130- 
030, filed 4/20/98, effective 5/21/98. Statutory Authority: RCW 36.79.060. 
92-13-038 (Order 88), § 136-130-030, filed 6/10/92, effective 7/11/92. Stat- 
utory Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90-22-083 (Order 
82), § 136-130-030, filed 11/6/90, effective 12/7/90. Statutory Authority: 
Chapter 36.78 RCW. 86-06-005 (Order 61), § 136-130-030, filed 2/20/86; 
84-16-065 (Order 56), § 136-130-030, filed 7/30/84.] 


WAC 136-130-040 Project prioritization in north- 
west region (NWR). Each county in the NWR may submit 
projects requesting RATA funds not to exceed forty percent 
of the forecasted regional apportionment. No bridge replace- 
ment projects will be funded. Each project shall be rated in 
accordance with the NWR RAP reconstruction or 3R rating 
procedures. NWR RAP reconstruction rating points shall be 
assigned on the basis of forty points for structural condition, 
forty points for geometrics, ten points for traffic volume, ten 
points for traffic accidents, five points for any project on a 
major collector (07), and ten points for any project on a rural 
principal arterial (02) or a rural minor arterial (06). Prioritiza- 
tion of NWR projects shall be on the basis of total NWR RAP 
rating points shown on the project worksheet and the pro- 
spectus form of the project application. 

NWR RAP 3R rating points shall be assigned on the 
basis of thirty points for structural condition, twenty points 
for geometrics, ten points for traffic volume, ten points for 
traffic accidents, ten points for any project on a minor collec- 
tor (08), and thirty points for 3R safety. Prioritization of 
NWR 3R projects shall be on the basis of total NWR 3R RAP 
rating points shown on the project worksheet and the pro- 
spectus form of the project application. 

A total of twenty points representing local significance 
may be added to one project in each county's biennial submit- 
tal. 

[Statutory Authority: Chapter 36.79 RCW. 08-16-043, § 136-130-040, filed 
7/29/08, effective 8/29/08; 07-17-020, § 136-130-040, filed 8/6/07, effective 
9/6/07; 04-05-001, § 136-130-040, filed 2/4/04, effective 3/6/04; 01-09-077, 
§ 136-130-040, filed 4/17/01, effective 5/18/01; 99-01-021, § 136-130-040, 


filed 12/7/98, effective 1/7/99; 98-09-070, § 136-130-040, filed 4/20/98, 
effective 5/21/98. Statutory Authority: RCW 36.78.070 and 36.79.060. 96- 


(2009 Ed.) 


Regional Prioritization of RAP Projects 


17-013, § 136-130-040, filed 8/12/96, effective 9/12/96. Statutory Authority: 
RCW 36.79.060. 94-10-022, § 136-130-040, filed 4/27/94, effective 5/28/94. 
Statutory Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90-22-083 
(Order 82), § 136-130-040, filed 11/6/90, effective 12/7/90. Statutory 
Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-130-040, filed 
7/30/84.] 


WAC 136-130-050 Project prioritization in northeast 
region (NER). Each county in the NER may submit projects 
requesting RATA funds not to exceed twenty-five percent of 
the forecasted NER biennial apportionment. Each project 
shall be rated in accordance with the NER RAP rating proce- 
dures. The NER biennial apportionment shall be divided into 
the following categories at the percentages shown, provided 
sufficient projects are submitted for prioritization in each cat- 


egory: 


Category | - Ten percent for bridge projects where RATA 
funds are used as a match for federal bridge 
replacement funds; 

Category 2 - Forty-five percent for reconstruction of rural 
collectors; and 

Category 3 - Forty-five percent for resurfacing, restora- 
tion, rehabilitation (3R) type projects on rural 
collectors. 


In the event that no projects or an insufficient number of 
projects are submitted in any of the above categories to utilize 
the RATA funds set aside for the category, all remaining 
funds in that category or categories shall be divided among 
the remaining categories as the county road administration 
board deems appropriate. The intent is to divide all available 
funds into categories having a sufficient number of submitted 
projects to fully utilize the funds available at each allocation 
during the biennium. 

Bridge projects may be submitted requesting RATA 
funds under one of the following conditions: 

(1) Bridges must be approved for federal bridge replace- 
ment funding and RATA funds shall be used only as a match 
for such federal funding. Bridges will be ranked for RATA 
funding using the WSDOT priority list and may be added to 
the NER Category 1 priority array at any time during the 
biennium upon approval of the Bridge for Federal Bridge 
replacement funding. 

(2) A stand-alone bridge project may be submitted as an 
ordinary RAP project provided that its priority rating has 
been computed by the bridge rating method in the NER RAP 
rating procedures. Such projects shall not be considered for 
funding from the bridge reserve described above. 

(3) A RAP project may include a bridge when the cost of 
the bridge does not exceed twenty percent of the total project 
cost. 

NER RAP rating points for reconstruction projects, 3R 
projects or non-federal bridge replacement projects shall be 
assigned on the basis of one hundred points for a condition 
rating and fifty points for a service rating. The priority rating 
equals the sum of two and one half times the product of the 
service rating to the 1.25 power and the common logarithm of 
the number obtained by dividing one hundred by the condi- 
tion rating. A total of ten points representing local signifi- 
cance may be added to one project included in each county's 
biennial submittal. A total of up to ten points representing 
missing links definition may also be added to one project 
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included in each county's biennial submittal. Prioritization of 
NER projects shall be on the basis of total NER RAP rating 
points shown on the appropriate project worksheet and the 
prospectus form of the project application. 

[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-130-050, filed 
2/8/01, effective 3/11/01; 99-16-038, § 136-130-050, filed 7/29/99, effective 
8/29/99; 99-01-021, § 136-130-050, filed 12/7/98, effective 1/7/99. Statutory 
Authority: RCW 36.79.060. 92-13-038 (Order 88), § 136-130-050, filed 
6/10/92, effective 7/11/92. Statutory Authority: RCW 36.79.060 and 1983 
Ist ex.s. c 49. 90-22-083 (Order 82), § 136-130-050, filed 11/6/90, effective 
12/7/90. Statutory Authority: Chapter 36.78 RCW. 88-12-080 (Order 69), § 
136-130-050, filed 6/1/88; 86-21-076 (Order 63-P), § 136-130-050, filed 
10/15/86; 86-06-005 (Order 61), § 136-130-050, filed 2/20/86; 84-16-065 
(Order 56), § 136-130-050, filed 7/30/84.] 


WAC 136-130-060 Project prioritization in southeast 
region (SER). Each county in the SER may submit projects 
requesting RATA funds not to exceed twice the per county 
limit of the forecasted SER biennial apportionment which is 
listed as follows: 


Asotin County 
Benton County 
Columbia County 


ten percent 
fourteen percent 
eleven percent 


Franklin County thirteen percent 
Garfield County ten percent 
Kittitas County thirteen percent 
Klickitat County fourteen percent 
Walla Walla County fourteen percent 
Yakima County twenty percent 


Each project shall be rated in accordance with the SER 
RAP bridge, reconstruction or 3R rating procedures. Ten per- 
cent of the forecasted SER biennial apportionment shall be 
reserved for bridge projects. Federally funded bridges for 
which counties are seeking matching funds shall receive first 
consideration for these funds, ranked against each other 
according to the WSDOT priority array. Bridges receiving 
federal funding may be added to this list at any time during 
the biennium. Stand-alone bridges may compete for funds in 
this reserve that remain after all bridges seeking match for 
federal funds have been funded. These bridges will be rated 
against each other according to their total points assigned 
from the RAP Rating Worksheets for the SER. Whatever part 
of the bridge reserve that is not allocated to bridge projects 
shall be available for allocation to other RAP projects. 

SER RAP reconstruction rating points shall be assigned 
on the basis of forty-five points for structural condition, thirty 
points for geometrics, twenty-two points for traffic volume, 
five points for traffic accidents. 

SER RAP 3R rating points shall be assigned on the basis 
of twenty points for structural condition, twenty-five points 
for geometrics, twelve points for traffic volume, ten points 
for traffic accidents, twenty-five points for roadside safety, 
and ten points for intersection operation. 

A total of twenty points representing local significance 
may be added to one project in each county's biennial submit- 
tal. Prioritization of SER projects shall be on the basis of total 
SER RAP bridge, reconstruction or 3R rating points shown 
on the project worksheet and the prospectus form of the 
project application. 


[Statutory Authority: Chapter 36.79 RCW. 04-05-001, § 136-130-060, filed 
2/4/04, effective 3/6/04; 01-05-009, § 136-130-060, filed 2/8/01, effective 
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3/11/01; 99-01-021, § 136-130-060, filed 12/7/98, effective 1/7/99. Statutory 
Authority: RCW 36.79.060. 97-06-006, § 136-130-060, filed 2/24/97, effec- 
tive 3/27/97; 94-10-020, § 136-130-060, filed 4/27/94, effective 5/28/94; 92- 
13-038 (Order 88), § 136-130-060, filed 6/10/92, effective 7/11/92. Statutory 
Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90-22-083 (Order 82), § 
136-130-060, filed 11/6/90, effective 12/7/90. Statutory Authority: Chapter 
36.78 RCW. 88-05-040 (Order 68), § 136-130-060, filed 2/16/88; 84-16-065 
(Order 56), § 136-130-060, filed 7/30/84.] 


WAC 136-130-070 Project prioritization in south- 
west region (SWR). Each county in the SWR may submit 
projects requesting RATA funds not to exceed thirty percent 
of the forecasted SWR biennial apportionment. No bridge 
replacement projects will be funded. Each project shall be 
rated in accordance with the SWR RAP reconstruction or 3R 
rating procedures. SWR RAP reconstruction rating points 
shall be assigned on the basis of fifty road condition points, 
consisting of twenty-five points for structural condition and 
twenty-five points for surface condition, fifty points for geo- 
metrics, ten points for traffic volume and ten points for traffic 
accidents, except that portland cement concrete surfaces and 
asphalt surfaces with cement concrete bases shall have fifty 
points for road surface condition and no points for structural 
condition and except that gravel roads shall have fifty points 
maximum for surface condition, and fifteen points maximum 
for roadbed width in geometrics and no other geometric 
points. SWR RAP 3R rating points shall be assigned on the 
basis of thirty road condition points, consisting of fifteen 
points for structural condition and fifteen points for surface 
condition, twenty points for geometrics, ten points for traffic 
volume, ten points for traffic accidents and thirty points for 
3R safety, except that portland cement concrete surfaces and 
asphalt surfaces with cement concrete bases shall have thirty 
points for road surface condition and no points for structural 
condition and except that gravel roads shall have thirty points 
maximum for surface condition, and fifteen points maximum 
for roadbed width in geometrics and no other geometric 
points. Prioritization of SWR projects shall be on the basis of 
total SWR RAP rating points shown on the project work- 
sheets and the prospectus form of the project application. 
[Statutory Authority: Chapter 36.79 RCW. 04-05-001, § 136-130-070, filed 
2/4/04, effective 3/6/04; 02-11-008, § 136-130-070, filed 5/2/02, effective 
6/2/02; 01-05-009, § 136-130-070, filed 2/8/01, effective 3/11/01; 99-24- 
057, § 136-130-070, filed 11/29/99, effective 12/30/99; 99-01-021, § 136- 
130-070, filed 12/7/98, effective 1/7/99. Statutory Authority: RCW 
36.79.060. 92-13-038 (Order 88), § 136-130-070, filed 6/10/92, effective 
7/11/92. Statutory Authority: RCW 36.79.060 and 1983 Ist ex.s. c 49. 90- 
22-083 (Order 82), § 136-130-070, filed 11/6/90, effective 12/7/90. Statutory 
Authority: Chapter 36.78 RCW. 88-05-040 (Order 68), § 136-130-070, filed 


2/16/88; 86-06-005 (Order 61), § 136-130-070, filed 2/20/86; 84-16-065 
(Order 56), § 136-130-070, filed 7/30/84.] 


WAC 136-130-080 Limitation on rating points. In 
each of the project prioritization methods described in WAC 
136-130-030, 136-130-040, 136-130-050, 136-130-060, and 
136-130-070 rating points are assigned to a variety of struc- 
tural and geometric conditions. For purposes of the RAP 
project prospectus submitted to the county road administra- 
tion board, geometric condition points shall be assigned only 
for those conditions which will be corrected by construction 
of the project. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-130-080, filed 


12/7/98, effective 1/7/99. Statutory Authority: Chapter 36.78 RCW. 84-16- 
065 (Order 56), § 136-130-080, filed 7/30/84.] 
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Chapter 136-150 WAC 
ELIGIBILITY FOR RURAL ARTERIAL TRUST 


ACCOUNT FUNDS 
WAC 
136-150-010 Purpose and authority. 
136-150-020 Implementing the eligibility requirement. 
136-150-021 Ascertaining the road levy. 
136-150-022 Ascertaining the expenditures for traffic law enforce- 
ment. 
136-150-023 Ascertaining the expenditures for fish passage barrier 
removal. 
136-150-030 Identifying eligible counties. 
136-150-040 Constraint of contract execution. 
136-150-050 Certification required. 
136-150-060 Post audit penalty. 
DISPOSITION OF SECTIONS FORMERLY 
CODIFIED IN THIS CHAPTER 
136-150-024 Constraint of contract execution. [Statutory Authority: 


Chapter 36.79 RCW. 01-17-104, § 136-150-024, filed 
8/21/01, effective 9/21/01; 99-01-021, § 136-150-024, 
filed 12/7/98, effective 1/7/99. Statutory Authority: 
Chapter 36.78 RCW. 87-21-046 (Order 66), § 136-150- 
024, filed 10/15/87; 86-06-005 (Order 61), § 136-150- 
024, filed 2/20/86.] Repealed by 03-05-010, filed 
2/7/03, effective 3/10/03. Statutory Authority: Chapter 
36.79 RCW. 


WAC 136-150-010 Purpose and authority. RCW 
36.79.140 sets forth the conditions under which counties are 
eligible to receive funds from the rural arterial trust account 
(RATA). This chapter describes how these provisions will be 
implemented by the county road administration board. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-150-010, filed 
12/7/98, effective 1/7/99; 97-24-069, § 136-150-010, filed 12/2/97, effective 
1/2/98. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-150-010, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 87-21-046 (Order 66), § 136-150-010, filed 10/15/87; 86-06- 
005 (Order 61), § 136-150-010, filed 2/20/86; 84-16-065 (Order 56), § 136- 
150-010, filed 7/30/84.] 


WAC 136-150-020 Implementing the eligibility 
requirement. The county road administration board will 
ascertain the amount of the total road levy fixed in each 
county and the amount diverted, if any, for any services to be 
provided in the unincorporated area of the county in accor- 
dance with RCW 36.33.220. 


[Statutory Authority: Chapter 36.79 RCW. 01-17-104, § 136-150-020, filed 
8/21/01, effective 9/21/01; 99-01-021, § 136-150-020, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-150-020, filed 8/12/96, effective 9/12/96. Statutory Authority: Chap- 
ter 36.78 RCW. 87-21-046 (Order 66), § 136-150-020, filed 10/15/87; 86- 
06-005 (Order 61), § 136-150-020, filed 2/20/86; 84-16-065 (Order 56), § 
136-150-020, filed 7/30/84.] 


WAC 136-150-021 Ascertaining the road levy. The 
county road administration board will require that every 
county legislative authority submit, no later than February 1st 
of each year, a certification showing the amount of the road 
levy fixed and the amount, if any, budgeted for traffic law 
enforcement and/or any other purpose in accordance with 
RCW 36.33.220. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-150-021, filed 


12/7/98, effective 1/7/99. Statutory Authority: Chapter 36.78 RCW. 87-21- 
046 (Order 66), § 136-150-021, filed 10/15/87.] 
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WAC 136-150-022 Ascertaining the expenditures for 
traffic law enforcement. In those counties in which diverted 
road levy or transfer of road funds has been budgeted for traf- 
fic law enforcement, the county sheriff shall submit a certifi- 
cation showing the actual expenditure for traffic law enforce- 
ment in the previous budget year, provided that counties with 
a population of less than eight thousand shall be exempt from 
this requirement. Such certification shall be submitted to the 
county road administration board no later than April 1 of each 
year. 

[Statutory Authority: Chapter 36.79 RCW. 03-21-136, § 136-150-022, filed 
10/21/03, effective 11/21/03; 01-17-104, § 136-150-022, filed 8/21/01, 
effective 9/21/01; 00-18-021, § 136-150-022, filed 8/28/00, effective 
9/28/00; 99-01-021, § 136-150-022, filed 12/7/98, effective 1/7/99; 97-24- 
069, § 136-150-022, filed 12/2/97, effective 1/2/98. Statutory Authority: 
RCW 36.78.070 and 36.79.060. 96-17-013, § 136-150-022, filed 8/12/96, 


effective 9/12/96. Statutory Authority: Chapter 36.78 RCW. 87-21-046 
(Order 66), § 136-150-022, filed 10/15/87.] 


WAC 136-150-023 Ascertaining the expenditures for 
fish passage barrier removal. In those counties in which 
road funds have been used for removal of barriers to fish pas- 
sage and accompanying streambed and stream bank repair as 
specified in RCW 36.82.070, the county engineer shall sub- 
mit a certification showing that activities related to the 
removal of barriers to fish passage performed beyond the 
county right of way did not exceed twenty-five percent of the 
total costs for activities related to fish barrier removal on any 
one project, and that the total annual cost of activities related 
to the removal of barriers to fish passage performed beyond 
the county rights of way did not exceed one-half of one per- 
cent of the county's annual road construction budget. Such 
certification shall be submitted to the county road administra- 
tion board no later than April 1 of each year. 

[Statutory Authority: Chapter 36.79 RCW. 03-21-136, § 136-150-023, filed 
10/21/03, effective 11/21/03; 03-05-010, § 136-150-023, filed 2/7/03, effec- 
tive 3/10/03; 01-17-104, § 136-150-023, filed 8/21/01, effective 9/21/01; 99- 
01-021, § 136-150-023, filed 12/7/98, effective 1/7/99; 97-24-069, § 136- 
150-023, filed 12/2/97, effective 1/2/98. Statutory Authority: RCW 
36.78.070 and 36.79.060. 96-17-013, § 136-150-023, filed 8/12/96, effective 


9/12/96. Statutory Authority: Chapter 36.78 RCW. 87-21-046 (Order 66), § 
136-150-023, filed 10/15/87.] 


WAC 136-150-030 Identifying eligible counties. All 
counties with a population of less than eight thousand shall be 
eligible to receive RATA funds. Counties with a population 
greater than eight thousand shall be eligible to receive RATA 
funds only if, during the immediately preceding calendar 
year: 

(1) The actual expenditures for traffic law enforcement 
have been equal to or greater than either the amount of the 
diverted road levy budgeted for traffic law enforcement or the 
amount of road funds transferred to current expense to fund 
traffic law enforcement; 

(2) The amount of county road funds used beyond the 
county right of way for activities clearly associated with 
removal of fish passage barriers that are the responsibility of 
the county did not exceed twenty-five percent of the total cost 
of activities related to fish barrier removal on any one project 
and the total cost of activities related to fish barrier removal 
beyond the county right of way did not exceed one-half of 
one percent of the county's total annual road construction 
budget; 
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(3) All road funds that have been transferred to other 
funds have been used for legitimate road purposes; 

(4) Revenues collected for road purposes have been 
expended on other governmental services only after authori- 
zation from the voters of that county under RCW 84.55.050; 
and 

(5) County road levy funds have been expended in accor- 
dance with chapter 36.82 RCW. 

[Statutory Authority: Chapter 36.79 RCW. 03-05-010, § 136-150-030, filed 
2/7/03, effective 3/10/03; 01-17-104, § 136-150-030, filed 8/21/01, effective 
9/21/01; 99-01-021, § 136-150-030, filed 12/7/98, effective 1/7/99. Statutory 


Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-150-030, filed 
7/30/84.] 


WAC 136-150-040 Constraint of contract execution. 
The county road administration board shall not execute a 
contract with any county for any RAP project unless the 
appropriate certifications have been submitted and unless the 
county has been identified as being eligible to receive RATA 
funds. 

[Statutory Authority: Chapter 36.79 RCW. 03-05-010, § 136-150-040, filed 
2/7/03, effective 3/10/03; 01-17-104, § 136-150-040, filed 8/21/01, effective 
9/21/01; 99-01-021, § 136-150-040, filed 12/7/98, effective 1/7/99. Statutory 


Authority: Chapter 36.78 RCW. 86-06-005 (Order 61), § 136-150-040, filed 
2/20/86; 84-16-065 (Order 56), § 136-150-040, filed 7/30/84.] 


WAC 136-150-050 Certification required. The con- 
tract between the county road administration board and a 
county relative to a RAP project shall contain a certification 
signed by the county executive or chair of the board of county 
commissioners, as appropriate, that the county is in compli- 
ance with the provisions of this chapter. 


[Statutory Authority: Chapter 36.79 RCW. 03-05-010, § 136-150-050, filed 
2/7/03, effective 3/10/03.] 


WAC 136-150-060 Post audit penalty. Every RAP 
project shall be subject to final examination and audit by the 
state auditor. In the event such an examination reveals an 
improper certification on the part of a county relative to com- 
pliance with provisions of this chapter, the matter shall be 
placed on the agenda of the next meeting of the county road 
administration board and may be cause for the board to with- 
draw or deny the certificate of good practice of that county. 
The board may also require that all or part of the RATA funds 
received by the county be returned to the county road admin- 
istration board. 


[Statutory Authority: Chapter 36.79 RCW. 03-05-010, § 136-150-060, filed 
2/7/03, effective 3/10/03.] 


Chapter 136-161 WAC 


PROJECT SUBMITTAL, SELECTION AND INITIAL 
ALLOCATION OF RATA FUNDS TO PROJECTS 


WAC 

136-161-010 Purpose and authority. 

136-161-020 RAP program cycle—General. 

136-161-030 RAP program cycle—Preliminary prospectus. 

136-161-040 RAP program cycle—Field review by county road 
administration board. 

136-161-050 RAP program cycle—Final prospectus. 

136-161-060 RAP program cycle—Total project rating and priority 
array. 

136-161-070 RAP program cycle—Selection and approval of projects 
for RATA funding. 

136-161-080 Limitations on allocations of RATA funds to counties. 
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136-161-010 


136-161-090 
136-161-110 


Limitations on use of RATA funds. 
Use of other funds to match RATA funds. 


DISPOSITION OF SECTIONS FORMERLY 
CODIFIED IN THIS CHAPTER 


136-161-100 Use of RATA funds for emergent projects. [Statutory 


Authority: RCW 36.79.060. 94-16-111, § 136-161-100, 
filed 8/2/94, effective 9/2/94.] Repealed by 96-17-013, 
filed 8/12/96, effective 9/12/96. Statutory Authority: 
RCW 36.78.070 and 36.79.060. 


WAC 136-161-010 Purpose and authority. RCW 
36.79.060 provides that the county road administration board 
shall administer the rural arterial program (RAP) established 
by chapter 36.79 RCW. This chapter describes the manner in 
which counties may request RATA funds for specific rural 
arterial projects and the manner in which the county road 
administration board will select projects and allocate RATA 
funds to such projects. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-161-010, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-111, 
§ 136-161-010, filed 8/2/94, effective 9/2/94.] 


WAC 136-161-020 RAP program cycle—General. 
The RAP biennial program cycle consists of the following 
basic steps: 

(1) The CRABoard establishes a funding period if it 
determines that sufficient future RATA funds are available to 
provide for new RAP projects. This determination takes place 
during the CRABoard's regularly scheduled fall meeting in 
odd-numbered years. 

(2) Each county prepares and submits a preliminary pro- 
spectus to the county road administration board; 

(3) County road administration board staff conducts a 
field review of each preliminary prospectus and provides to 
each submitting county an evaluation and scoring of all prior- 
ity elements which are based on a visual examination, using 
that region's priority rating process; 

(4) Each county prepares and submits a final prospectus 
to the county road administration board; 

(5) For each final prospectus submitted, county road 
administration board staff computes the total priority rating 
score and assembles all projects into rank-ordered arrays by 
region; and 

(6) The county road administration board reviews the 
rank-ordered arrays in each region and, based upon the 
RATA funds projected to be allocable for the next project 
program period (see WAC 136-161-070), selects and 
approves specific projects for RATA funding. 

[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-161-020, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-161-020, filed 12/7/98, effective 


1/7/99. Statutory Authority: RCW 36.79.060. 94-16-111, § 136-161-020, 
filed 8/2/94, effective 9/2/94.] 


WAC 136-161-030 RAP program cycle—Prelimi- 
nary prospectus. By March 1st of each even-numbered year 
prior to a funding period, each eligible county shall, for each 
project for which it seeks RATA funds estimated to be avail- 
able in the next project program period, submit a preliminary 
prospectus to the county road administration board. The for- 
mat and content of the preliminary prospectus shall be pre- 
scribed by the county road administration board. Each pre- 
liminary prospectus shall be signed by the county engineer. 
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The number of preliminary prospectuses submitted and the 
total amount of RATA funds requested by each eligible 
county shall be sufficient to assure that, based upon such pro- 
spectuses, each county will be able to compete up to its 
county limit within its region. 

[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-161-030, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-161-030, filed 12/7/98, effective 


1/7/99. Statutory Authority: RCW 36.79.060. 94-16-111, § 136-161-030, 
filed 8/2/94, effective 9/2/94.] 


WAC 136-161-040 RAP program cycle—Field 
review by county road administration board. After all pre- 
liminary prospectuses are received, the county road adminis- 
tration board will schedule and conduct an on-site field 
review of each project. During the field review, conducted 
jointly with the county engineer or his/her designee (unless 
waived by the county engineer), the assigned county road 
administration board staff person will review the overall 
project scope with the county representative and, using that 
region's priority rating process, determine the rating score of 
all priority elements which are based on a visual examination. 
To ensure both uniformity and professional judgment in the 
visual ratings, the assigned county road administration board 
staff person shall be a licensed professional civil engineer in 
the state of Washington, and the same person shall review 
and rate all projects within a region. All field reviews will be 
completed, and the visual rating scores returned to each sub- 
mitting county, by July 1st of each even-numbered year prior 
to a funding period. 


[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-161-040, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-161-040, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.79.060. 94-16-111, § 136-161-040, 
filed 8/2/94, effective 9/2/94.] 


WAC 136-161-050 RAP program cycle—Final pro- 
spectus. By September 1st of each even-numbered year prior 
to a funding period, each eligible county shall submit a final 
prospectus for each project for which it seeks RATA funds. 
Each final prospectus shall be submitted on forms provided 
by the county road administration board and shall include a 
vicinity map, a typical cross-section (existing and proposed), 
and, ifa design deviation is required, an evaluation and deter- 
mination by the county engineer. If a project is for the 
improvement of a road which continues into an adjacent 
county and the project terminus is within one thousand feet of 
the county line, the prospectus shall include a statement 
signed by the county engineer of the adjacent county certify- 
ing that the adjacent county will cooperate with the applicant 
county to the extent necessary to achieve a mutually accept- 
able design. All final prospectuses shall indicate that the con- 
struction of the project shall begin not later than six years 
from the date of project approval by the county road adminis- 
tration board. All final prospectuses shall come from the pool 
of preliminary prospectuses submitted and field reviewed as 
specified in WAC 136-161-030 and 136-161-040. 


[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-161-050, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-161-050, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.79.060. 94-16-111, § 136-161-050, 
filed 8/2/94, effective 9/2/94.] 
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WAC 136-161-060 RAP program cycle—Total 
project rating and priority array. County road administra- 
tion board staff will review all final prospectuses and ensure 
that: 

(1) All necessary information is included; 

(2) The project is from the pool of preliminary prospec- 
tuses; 

(3) The project is eligible for RATA funding; 

(4) The project is on the current, adopted six-year trans- 
portation program; 

(5) The project schedule indicates that the construction 
of the project will begin not later than six years from the date 
of project approval by the county road administration board; 
and 

(6) The total project priority rating is mathematically 
correct and the visual rating scores determined during the 
field review are included. 

After county road administration board staff review, all 
accepted final prospectuses within each region will be placed 
in a declining total project rating array in accordance with 
procedures specified in chapter 136-130 WAC. After review 
by the county road administration board at its next regular 
meeting, the priority array for each region will be provided to 
each county in the region. These arrays will be preliminary 
only and will be provided to the counties to assist them in 
their internal budgeting and programming. No notations as to 
whether a particular project will or will not be funded will be 
included. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-161-060, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-161-060, filed 8/12/96, effective 9/12/96. Stat- 


utory Authority: RCW 36.79.060. 94-16-111, § 136-161-060, filed 8/2/94, 
effective 9/2/94.] 


WAC 136-161-070 RAP program cycle—Selection 
and approval of projects for RATA funding. (1) At its last 
regular meeting before the beginning of each biennium, the 
county road administration board will select projects and 
allocate anticipated RATA funds to projects in each region. 
The preliminary priority arrays as developed in WAC 136- 
161-060 will be updated to exclude any county which is inel- 
igible under chapter 136-150 WAC, and projects will be 
selected from these arrays. Selections will be made in each 
region in declining priority rank order, provided that: 

(a) No county shall be allocated RATA funds in excess 
of its regional county limit as specified in WAC 136-161- 
080; and 

(b) Any projects which were partially funded in the prior 
biennium shall, unless otherwise requested by the county, be 
fully funded before new projects are selected. Ties in total 
rating points will be broken by the county road administra- 
tion board in favor of the county having the lesser total 
amount of previously allocated RATA funds. 

(2) The statewide net amount of RATA funds available 
for allocation to projects in the funding period will be based 
on the most recent state fuel tax revenue forecast prepared 
quarterly by the department of transportation, less estimated 
administrative costs, and less any amounts set aside for emer- 
gent projects as described in WAC 136-163-020. The total 
amount of RATA funds available for allocation to projects in 
a region (i.e., "forecasted regional apportionment amount") 
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will be based on the regional apportionment percentages of 
the statewide net amount as determined in chapter 136-100 
WAC. 

(3) For the funding period beginning July 1, 1995, the 
project program period will be the next four state fiscal years 
(1996, 1997, 1998 and 1999, beginning July 1, 1995, and 
ending June 30, 1999). For the funding period beginning July 
1, 1997, the project program period will begin July 1, 1999 
and end June 30, 2001. 

(4) The RATA amounts allocated to projects in the first 
year of the biennium are limited to no more than ninety per- 
cent of the net amount estimated to be allocable to each 
region for the project program period, with the remaining 
percentage allocated at such time as deemed appropriate by 
the county road administration board. 

(5) Acceptance of the RATA allocation for a project by 
the full execution of a CRAB/county contract as described in 
chapter 136-170 WAC constitutes agreement to complete the 
project in compliance with the scope, design and project lim- 
its in the final prospectus. All material changes to the scope, 
design or project limits must be approved by the county road 
administration board prior to commencement of construction. 
[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-161-070, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-161-070, filed 12/7/98, effective 
1/7/99; 98-09-070, § 136-161-070, filed 4/20/98, effective 5/21/98. Statutory 
Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 136-161-070, filed 


8/12/96, effective 9/12/96. Statutory Authority: RCW 36.79.060. 94-16- 
111, § 136-161-070, filed 8/2/94, effective 9/2/94.] 


WAC 136-161-080 Limitations on allocations of 
RATA funds to counties. For any project program period, 
no county shall receive a RATA fund allocation greater than 
the following maximum project RATA contribution, or per- 
centage of the forecasted regional apportionment amount: 

(1) PSR: No maximum project RATA contribution; 
40% limit on percentage of the forecasted regional apportion- 
ment amount; 

(2) NWR: No maximum project RATA contribution; 
twenty percent limit on percentage of the forecasted regional 
apportionment amount; 

(3) NER: No maximum project RATA contribution; 
twelve and one-half percent limit on percentage of the fore- 
casted regional apportionment amount; 

(4) SWR: No maximum project RATA contribution; fif- 
teen percent limit on percentage of the forecasted regional 
apportionment amount; 

(5) SER: No maximum project RATA contribution; per- 
centage varies by county as follows: 


(a) Asotin County ten percent 

(b) Benton County fourteen percent 
(c) Columbia County eleven percent 
(d) Franklin County thirteen percent 
(e) Garfield County ten percent 

(f) Kittitas County thirteen percent 
(g) Klickitat County fourteen percent 
(h) Walla Walla County fourteen percent 
(i) Yakima County twenty percent 


[Statutory Authority: Chapter 36.79 RCW. 08-16-042, § 136-161-080, filed 
7/29/08, effective 8/29/08; 07-17-020, § 136-161-080, filed 8/6/07, effective 
9/6/07; 03-11-046, § 136-161-080, filed 5/16/03, effective 6/16/03; 99-01- 
021, § 136-161-080, filed 12/7/98, effective 1/7/99; 98-09-070, § 136-161- 
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080, filed 4/20/98, effective 5/21/98. Statutory Authority: RCW 36.79.060. 
94-16-111, § 136-161-080, filed 8/2/94, effective 9/2/94.] 


WAC 136-161-090 Limitations on use of RATA 
funds. RATA funds requested and allocated to a project are 
limited to eighty percent in the NWR for projects approved 
by the CRABoard on and prior to April 30, 2008, and ninety 
percent in the NWR for projects approved thereafter, and 
ninety percent in the PSR, SWR, NER and SER, of the total 
eligible project development costs, which include prelimi- 
nary engineering and construction costs in all regions, and 
right of way costs in the PSR, NWR, NER and SER. Even 
though additional and eligible project development costs may 
be incurred by a county for a specific project, the maximum 
amount of RATA funds for that project is limited to the 
amount allocated and shown in the CRAB/county contract 
(see chapter 136-170 WAC), unless the allocation is 
increased pursuant to chapter 136-165 WAC. 

[Statutory Authority: Chapter 36.79 RCW. 07-17-020, § 136-161-090, filed 
8/6/07, effective 9/6/07; 99-01-021, § 136-161-090, filed 12/7/98, effective 
1/7/99; 98-09-070, § 136-161-090, filed 4/20/98, effective 5/21/98. Statutory 


Authority: RCW 36.79.060. 94-16-111, § 136-161-090, filed 8/2/94, effec- 
tive 9/2/94.] 


WAC 136-161-110 Use of other funds to match 
RATA funds. A county with an approved RAP project may 
use any other funds available for such project including fed- 
eral, other state, private, and local funds, provided that the 
county will be required to use such other funds to match any 
RATA funds allocated to the project with a minimum of 
twenty percent other funds in the NWR for projects approved 
by the CRABoard on and prior to April 30, 2008, and ten per- 
cent other funds in the NWR for projects approved thereafter, 
and ten percent other funds in the PSR, SWR, NER, and SER. 
[Statutory Authority: Chapter 36.79 RCW. 07-17-020, § 136-161-110, filed 


8/6/07, effective 9/6/07; 99-01-021, § 136-161-110, filed 12/7/98, effective 
1/7/99.] 


Chapter 136-163 WAC 


ALLOCATION OF RATA FUNDS TO EMERGENT 
AND EMERGENCY PROJECTS 


WAC 

136-163-010 Purpose and authority. 

136-163-020 Definitions. 

136-163-030 Limitations and conditions—Emergency projects. 

136-163-040 Limitations and conditions—Emergent projects. 

136-163-050 Limitations and conditions—Emergency and emergent 
projects. 

136-163-060 Action by the county road administration board. 


WAC 136-163-010 Purpose and authority. RCW 
36.79.140 provides for the authorization of RATA funds for 
projects of an emergent nature. This chapter describes the 
manner in which counties may request RATA funds for such 
projects and the manner in which the county road administra- 
tion board will respond to such requests. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-163-010, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 96-17-014, 
§ 136-163-010, filed 8/12/96, effective 9/12/96.] 


WAC 136-163-020 Definitions. For the purposes of 
this chapter, the term "emergent nature" as used in RCW 
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36.79.140 shall mean both "emergent" and "emergency" 
projects as follows: 

(1) Emergency project: Work of either a temporary or 
permanent nature which restores roads and bridges to the pre- 
disaster condition and may include reconstruction to current 
design standards. This work is the result of a sudden natural 
or man-made event which results in the destruction or severe 
damage to RATA-eligible roadway sections or structures 
such that, in the consideration of public safety and use, the 
roadway sections or structures must be immediately closed or 
substantially restricted to normal traffic. Work of an emer- 
gency nature is also beyond the scope of work done by a 
county in repairing damages normally or reasonably expected 
from seasonal or other natural conditions, and is beyond what 
would be considered maintenance, regardless of how exten- 
sive the maintenance may be. 

(2) Emergent project: RATA-eligible work necessi- 
tated by sudden and unanticipated development, growth, 
access needs, or legal decisions. This work is not the result of 
an emergency situation as previously defined. This work, in 
consideration of good transportation capital facilities man- 
agement, will also require a county to commit resources 
beyond its current six-year transportation program and prior 
to the next six-year transportation program annual update as 
provided for in RCW 36.81.121. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-163-020, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 96-17-014, 
§ 136-163-020, filed 8/12/96, effective 9/12/96.] 


WAC 136-163-030 Limitations and conditions— 
Emergency projects. To be eligible for emergency project 
approval, the county must declare an emergency as provided 
for in RCW 36.40.180. If there is not yet a state declaration of 
emergency, the county must also, in consultation with the 
state military department, emergency management division 
and the WSDOT, evaluate the probability of receiving a state 
declaration of emergency. A state declaration of emergency 
is required as a condition of receiving federal funding for 
road-related damages via the Emergency Relief Program or 
FEMA. If such federal funding has been approved or is likely 
to be approved, the county road administration board may 
provide up to one hundred percent of a county's required 
matching funds for such federal funding but only after the 
approval of the federal funds. 

Should such federal funding not be forthcoming, or if the 
emergency is of such a scope and size that federal funding is 
clearly improbable, the county road administration board 
may provide up to eighty percent or ninety percent of the esti- 
mated eligible damages depending upon the regional limita- 
tions as provided for in WAC 136-161-090, with the total 
project cost limited to the actual expenditures by the county. 
[Statutory Authority: Chapter 36.79 RCW. 03-05-011, § 136-163-030, filed 
2/7/03, effective 3/10/03; 99-01-021, § 136-163-030, filed 12/7/98, effective 


1/7/99. Statutory Authority: RCW 36.79.060. 96-17-014, § 136-163-030, 
filed 8/12/96, effective 9/12/96.] 


WAC 136-163-040 Limitations and conditions— 
Emergent projects. To be eligible for emergent project 
approval, the project shall be evaluated by the county road 
administration board grant programs engineer, with the par- 
ticipation of the county engineer, on the same point system as 
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all other projects within the region. The proposed emergent 
project must rank at or above the regional funding cut off line 
on the current regional array based upon one hundred percent 
of the current estimated regional allocation as determined by 
the county road administration board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-163-040, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 96-17-014, 
§ 136-163-040, filed 8/12/96, effective 9/12/96.] 


WAC 136-163-050 Limitations and conditions— 
Emergency and emergent projects. All projects for which 
RATA funding is being requested under this chapter are sub- 
ject to the following: 

(1) The requesting county has the sole burden of making 
a clear and conclusive showing that the project is either emer- 
gent or emergency as described in WAC 136-163-020 
through 136-163-040; 

(2) The requesting county shall clearly demonstrate that 
the need for the project was unable to be anticipated at the 
time the current six-year transportation program was devel- 
oped; and 

(3) The requesting county agrees to a reduction in the 
next funding period's maximum RATA eligibility to the 
county equal to the RATA that may be provided; however, 
should that region not have a maximum RATA eligibility for 
each county, the requesting county agrees to withdraw, 
amend or delay an existing approved project or portion 
thereof in an amount equal to the RATA that may be pro- 
vided for the project. 

[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-163-050, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-163-050, filed 12/7/98, effective 


1/7/99. Statutory Authority: RCW 36.79.060. 96-17-014, § 136-163-050, 
filed 8/12/96, effective 9/12/96.] 


WAC 136-163-060 Action by the county road admin- 
istration board. Counties may request consideration and 
action by the county road administration board at any time, 
however, the county road administration board will address 
all such requests at its next regular quarterly meeting. A 
county may request, and the county road administration 
board chair may convene, a special meeting to consider such 
a request as provided for in WAC 136-01-030. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-163-060, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 96-17-014, 
§ 136-163-060, filed 8/12/96, effective 9/12/96.] 


Chapter 136-165 WAC 
INCREASED ALLOCATIONS OF RATA FUNDS TO 


PROJECTS 

WAC 

136-165-010 Purpose and authority. 

136-165-020 Requirements for consideration of RATA fund 
increases. 

136-165-030 County road administration board evaluation, consider- 
ation and action. 

136-165-040 Effect of receiving RATA increase. 

136-165-050 Amendment of CRAB/county contract. 


WAC 136-165-010 Purpose and authority. RCW 
36.79.150 provides for increasing the amount of RATA funds 
allocated to a project. This chapter describes the manner in 
which counties may request an increase in the amount of 
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RATA funds allocated to a project and the manner in which 
the county road administration board will respond to such 
requests. This chapter will apply only to projects for which 
RATA funds have been allocated after July 1, 1995. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-165-010, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-109, 
§ 136-165-010, filed 8/2/94, effective 9/2/94.] 


WAC 136-165-020 Requirements for consideration 
of RATA fund increases. (1) When a county submits its 
final prospectus as described in WAC 136-161-050, the 
county road administration board presumes that the amount 
of RATA funds requested, plus any non-RATA funds that 
may be designated for the project, are sufficient to fully, and 
in a timely manner, complete the project as described. 

(2) In extraordinary circumstances, a county may request 
an increase in the amount of RATA funds allocated to a 
project. A county may request an increase in a project's 
RATA allocation only twice in the course of a project's devel- 
opment: At the completion of preliminary engineering, and 
prior to commencing construction. A project shall be consid- 
ered to have commenced construction if: 

(a) The construction contract for the work has been 
awarded; and 

(b) If done by day labor, the work has commenced, 
except for labor construction engineering. 

All cost increases during the course of construction shall 
be the responsibility of the county. Requests for increases in 
excess of fifty percent of the original RATA allocation will 
not be considered or granted; the county must secure other 
funds, withdraw or request the termination of the project, or 
request a change in scope and/or project limits. 

(3) A request by a county for an increase in RATA funds 
allocated to a project shall demonstrate that: 

(a) The county at the time of preparing its final project 
prospectus considered the factors listed in subsection (4) of 
this section; 

(b) The request for an increased allocation is based on 
extraordinary and unforeseeable circumstances of the type 
listed in subsection (5) of this section; 

(c) It is not feasible to reduce the scope and/or project 
limits so the project can be substantially constructed within 
the initial RATA allocation; 

(d) The request is not to pay for an expansion of the orig- 
inally approved project; 

(e) If the work is to be done by contract, the county has 
supplied to the CRABoard, an updated engineer's cost esti- 
mate prior to, and within three months of, advertisement of 
the project for construction bids; and 

(f) If the work is to be done by day labor, the county has 
suppled to the CRABoard, an updated engineer's cost esti- 
mate prior to, and within three months of, commencement of 
the work. 

(4) At the time of preparation and submittal of the final 
project prospectus, a county is expected to consider all infor- 
mation which may affect the cost of the project. In cases 
where the information is incomplete or poorly defined, the 
county is to exercise good professional judgment and/or seek 
outside professional assistance and advice in order to prepare 
a reasonable RATA fund request. The information which a 
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county is expected to consider includes, but is not limited to, 
the following: 

(a) The availability at the needed time of matching funds 
and other supplementary funds; 

(b) All technical data reasonably available such as topo- 
graphic maps, reconnaissance reports, surface and subsurface 
geotechnical data, hydraulic and hydrological data, sources 
of materials, applicable design standards, and any earlier pre- 
liminary engineering; 

(c) Required permits, including pre-project scoping con- 
sultations with the permitting agencies and an estimate of the 
costs of complying with permit requirements; 

(d) Required right of way or other easements, and the 
time and cost of acquisition; 

(e) Availability of qualified contractors to perform the 
work; 

(f) Ownership, type, amount, and time requirements of 
any required utility relocation; 

(g) Historical and projected labor, equipment and mate- 
rial costs; and 

(h) The project development timetable leading to com- 
pleted construction and the interrelation of this project to all 
other work activities under the control of the county engineer. 

(5) The county road administration board will increase 
RATA funds allocated to a project only if it finds that the 
request for an increased allocation is based on extraordinary 
and unforeseeable circumstances, including but not limited to 
the following: 

(a) The county relied on existing technical data which 
were later found to be in error, and which will necessitate a 
significant design change prior to proceeding with construc- 
tion; 

(b) Project permit requirements were substantially 
changed, or new permits were required; 

(c) Supplementary funds, such as impact fees, developer 
contributions, grants, etc., which were forecasted to be avail- 
able for the project, were withdrawn or otherwise became 
unavailable; 

(d) Design or other standards applicable to the project 
were changed; and/or 

(e) The start of construction will be significantly delayed 
or additional construction requirements will be added as a 
direct result of legal action; provided however, that the fail- 
ure of a county to exercise its statutory powers, such as con- 
demnation, will not be grounds for increasing RATA funds. 
[Statutory Authority: Chapter 36.79 RCW. 06-11-067, § 136-165-020, filed 
5/12/06, effective 6/12/06; 99-01-021, § 136-165-020, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-109, § 136-165- 
020, filed 8/2/94, effective 9/2/94.] 


WAC 136-165-030 County road administration 
board evaluation, consideration and action. (1) In deciding 
whether to grant a request for a RATA allocation increase 
submitted under the provisions of WAC 136-165-020, the 
county road administration board will consider the following 
factors: 

(a) Whether the county, at the time of preparing its final 
project prospectus, considered the factors listed in WAC 136- 
165-020(4); 
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(b) Whether the county's request for an increased alloca- 
tion is based on extraordinary and unforeseeable circum- 
stances of the type listed in WAC 136-165-020(5); 

(c) Whether it is feasible to reduce the scope and/or 
project limits so the project can be substantially constructed 
within the initial RATA allocation; 

(d) Whether the request is to pay for an expansion of the 
project; and 

(e) Whether the increased allocation will have an adverse 
effect on other approved or requested RATA funded projects. 

(2) Where the requested increase is less than or equal to 
twenty-five percent of the original RATA allocation, and one 
hundred thousand dollars, the request may be acted upon by 
the executive director; all approvals or denials will be appro- 
priately documented and described to the county road admin- 
istration board at its next quarterly meeting. Where the 
requested increase is more than twenty-five percent of the 
original RATA allocation, or one hundred thousand dollars, 
the request will be acted upon by the county road administra- 
tion board. 

(3) If the county road administration board finds that an 
increase in RATA funds for a previously approved project is 
justified, some or all of the requested increase may be allo- 
cated. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-165-030, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-109, 
§ 136-165-030, filed 8/2/94, effective 9/2/94.] 


WAC 136-165-040 Effect of receiving RATA 
increase. A county's increased RATA funds for a project pro- 
gram period shall correspondingly reduce the amount of any 
RATA funds for which it is eligible to compete in the next 
project program period; provided that the county road admin- 
istration board may grant a county's request to decrease such 
a reduction by the total amount of increased but unexpended 
RATA funds. 

All reductions and reduction adjustments as described 
shall be effective in the project program period following the 
period in which the increase in the RATA funds is approved. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-165-040, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-109, 
§ 136-165-040, filed 8/2/94, effective 9/2/94.] 


WAC 136-165-050 Amendment of CRAB/county 
contract. All changes in approved RATA allocations and 
other county road administration board actions taken under 
the provisions of this chapter shall be reflected by amending 
the CRAB/county contract. Failure of a county to execute an 
amended CRAB/county contract within forty-five days of 
receipt shall nullify all allocation increases and other county 
road administration board actions. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-165-050, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-109, 
§ 136-165-050, filed 8/2/94, effective 9/2/94.] 


Chapter 136-167 WAC 


WITHDRAWALS, EARLY TERMINATION, AND 
LAPSING OF APPROVED PROJECTS 


WAC 


136-167-010 Purpose and authority. 


(2009 Ed.) 


Terminating Approved Projects 


136-167-020 Withdrawal of approved project before RATA reim- 
bursement. 

136-167-030 Termination of approved project after RATA reim- 
bursement. 

136-167-040 Lapsing of RATA allocation for approved projects. 


WAC 136-167-010 Purpose and authority. RCW 
36.79.060 authorizes the county road administration board to 
adopt rules relating to the allocation of funds in the rural arte- 
rial trust account (RATA). This chapter describes the manner 
in which the county road administration board will adminis- 
ter project withdrawals, early termination, and lapsing of 
approved projects. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-167-010, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-110, 
§ 136-167-010, filed 8/2/94, effective 9/2/94.] 


WAC 136-167-020 Withdrawal of approved project 
before RATA reimbursement. At any time after the submit- 
tal of a final prospectus and prior to the time the first RATA 
reimbursement has been sent to the county, a county may 
withdraw a RATA funded project. Withdrawal may occur 
either before or after the county road administration board 
has allocated RATA funds to the project. The statement of 
withdrawal must be in writing and signed by the chair of the 
board of county commissioners or the county executive, as 
appropriate. The withdrawal shall be effective upon receipt 
by the county road administration board. If RATA funds have 
been allocated to the project and a CRAB/county contract has 
been executed, the contract will be voided and the RATA 
funds will be allocated to other projects within the region. 
[Statutory Authority: Chapter 36.79 RCW. 00-05-043, § 136-167-020, filed 
2/11/00, effective 3/13/00; 99-01-021, § 136-167-020, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-110, § 136-167- 
020, filed 8/2/94, effective 9/2/94.] 


WAC 136-167-030 Termination of approved project 
after RATA reimbursement. (1) If a county terminates an 
uncompleted RATA funded project for which RATA reim- 
bursement has been made and is prepared to repay the RATA 
for all RATA funds received, the county shall, by means of a 
letter signed by the chair of the board of county commission- 
ers or the county executive as appropriate, inform the county 
road administration board of its termination of the project. 
The letter shall state the reasons for termination and commit 
to repaying all RATA funds received for the project. Upon 
acknowledgement of such termination by the county road 
administration board, the county shall repay the county road 
administration board for all RATA funds paid to the county 
on that project within sixty days of such acknowledgement. 
After receipt of the RATA repayment, the county road 
administration board will void the CRAB/county contract 
and allocate the RATA funds to other projects within the 
region. 

(2) Ifa county terminates an uncompleted RATA funded 
project for which RATA reimbursement has been made and 
does not want to be required to repay the county road admin- 
istration board for all RATA funds received, a letter of 
request signed by the chair of the board of county commis- 
sioners or the county executive as appropriate must be sent to 
the county road administration board. The request must 
include: 
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(a) An explanation of the reasons that the project will not 
proceed to completion; 

(b) A statement of the amount of RATA funds which the 
county does not want to repay; and 

(c) An explanation of why the county believes full repay- 
ment should not be made. 

If the county road administration board grants the 
request, the county shall repay all RATA funds not exempted 
from repayment, the CRAB/county contract will be amended, 
and the remaining RATA funds will be allocated to other 
projects within the region. If the county road administration 
board denies the request, full repayment shall be made as pro- 
vided in subsection (1) of this section. 

[Statutory Authority: Chapter 36.79 RCW. 00-05-043, § 136-167-030, filed 
2/11/00, effective 3/13/00; 99-01-021, § 136-167-030, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-110, § 136-167- 
030, filed 8/2/94, effective 9/2/94.] 


WAC 136-167-040 Lapsing of RATA allocation for 
approved projects. To encourage timely development and 
construction of approved projects, all projects for which 
RATA funds have been allocated must meet certain project 
development milestones. Failure to meet the milestones will 
result in action by the county road administration board to 
withdraw RATA funds from the project. This provision will 
only apply to those projects for which RATA funds have 
been allocated after July 1, 1995. 

(1) For the purposes of this section, a project will be sub- 
ject to lapsing and withdrawal of its RATA allocation if: 

(a) The project has not begun the preliminary engineer- 
ing phase within four years of project approval by the county 
road administration board; or 

(b) The project has not begun construction within six 
years of the date of project approval by the county road 
administration board. 

(2) A project shall be considered in preliminary engi- 
neering if authorization to expend funds for preliminary engi- 
neering has been granted by the county legislative authority 
as provided for in RCW 36.75.050. A project shall be consid- 
ered in construction if: 

(a) The construction contract for the work has been 
advertised for bids as provided for in RCW 36.77.020; 

(b) A contract has been awarded under the provisions of 
the small works roster contract award process; or 

(c) If done by day labor, the work has commenced. 

(3) If an approved project does not meet a required 
project development milestone, the county road administra- 
tion board will, at its next regular meeting, withdraw RATA 
funds from the project. 

(4) At any time up to ten days before such meeting, the 
county may, in writing, request an extension of the lapse date. 
The county road administration board executive director may 
grant such an extension if the director finds that the delay in 
project development was for reasons that were both unantici- 
pated and beyond the control of the county, and subject to the 
following: 

(a) A project extension will be granted one time only and 
will be no more than two years in length; and 

(b) The request for an extension is based on unforesee- 
able circumstances that the county could not have anticipated 
at the time the project was submitted for RATA funding; and 
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(c) An approved time extension will not be grounds for 
the county to request an increase in the RATA funding of the 
project; and 

(d) The executive director will determine a new lapse 
date, and all of the requirements listed above under subsec- 
tions (1) and (2) of this section will apply except that further 
extensions will not be granted. 

(5) The CRABoard may at any time place a moratorium 
on lapsing of projects that are delayed due to CRAB initiated 
rescheduling and establish a new lapsing date to fit the CRA- 
Board's programming needs. For those projects given a laps- 
ing moratorium, section four shall be held in abeyance until 
the new lapsing date. 

[Statutory Authority: Chapter 36.79 RCW. 01-09-077, § 136-167-040, filed 
4/17/01, effective 5/18/01; 99-01-021, § 136-167-040, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-110, § 136-167- 
040, filed 8/2/94, effective 9/2/94.] 


Chapter 136-170 WAC 
EXECUTION OF A CRAB/COUNTY CONTRACT 


WAC 

136-170-010 Purpose and authority. 

136-170-020 Notification of counties. 

136-170-030 Terms of CRAB/county contract. 

136-170-040 Combining of CRAB/county contracts. 

136-170-050 Combining of RATA funded project with non-RATA 
funded project. 

136-170-060 Splitting or phasing of CRAB/county contracts. 


WAC 136-170-010 Purpose and authority. RCW 
36.79.060 authorizes the county road administration board to 
adopt rules to implement the rural arterial program (RAP). 
This chapter describes the individual project contract 
between the county road administration board and a county 
(CRAB/county contract) to be used to administer each 
approved RAP project. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-170-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-170-010, filed 8/12/96, effective 9/12/96. Stat- 
utory Authority: RCW 36.79.060. 94-16-112, § 136-170-010, filed 8/2/94, 


effective 9/2/94. Statutory Authority: Chapter 36.78 RCW. 84-16-065 
(Order 56), § 136-170-010, filed 7/30/84.] 


WAC 136-170-020 Notification of counties. The 
county road administration board shall, within ten days of its 
RAP project approval meeting, notify each county having an 
approved project of such approval and of the amount of 
RATA funds allocated to each approved project. The county 
road administration board shall offer a contract for each such 
approved project setting forth the terms and conditions under 
which RATA funds will be provided. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-170-020, filed 


12/7/98, effective 1/7/99. Statutory Authority: Chapter 36.78 RCW. 84-16- 
065 (Order 56), § 136-170-020, filed 7/30/84.] 


WAC 136-170-030 Terms of CRAB/county contract. 
(1) For projects for which RATA funds are allocated before 
July 1, 1995, the CRAB/county contract shall include, but 
not be limited to, the following provisions: 

(a) The contract shall be valid and binding (and the 
county shall be entitled to receive RATA funds) only if such 
contract is signed and returned to the county road administra- 
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tion board within forty-five calendar days of its mailing by 
the county road administration board. 

(b) The county certifies that it is in compliance with the 
provisions of chapter 136-150 WAC. 

(c) The project will be constructed in accordance with 
the scope, design and project limits as described in the final 
prospectus and in accordance with the plans and specifica- 
tions approved by the county engineer. 

(d) The county will notify the county road administration 
board when a construction contract has been awarded and/or 
when construction has commenced, and when the project has 
been completed. 

(e) The county road administration board will reimburse 
counties on the basis of monthly progress payment vouchers 
received and approved on individual projects in the order in 
which they are received in the county road administration 
board office, subject to the availability of RATA funds 
apportioned to the region or subject to a minimum regional 
balance determined by the CRABoard for the purposes of 
cash flow; provided however, that if insufficient RATA funds 
are available or the legislature fails to appropriate sufficient 
RATA funds, payment of vouchers may be delayed or 
denied. 

(f) The county will reimburse the RATA in the event a 
project postaudit reveals ineligible expenditure of RATA 
funds. 

(2) For projects for which RATA funds are allocated on 
or after July 1, 1995, the CRAB/county contract shall 
include, but not be limited to, the following provisions: 

(a) The contract shall be valid and binding, and the 
county shall be entitled to receive RATA funding in accor- 
dance with the vouchering/ payment process as described in 
chapter 136-180 WAC, only if the contract is properly signed 
and returned to the county road administration board within 
forty-five calendar days of its mailing by the county road 
administration board. 

(b) The county certifies that it is in compliance with the 
provisions of chapter 136-150 WAC. 

(c) The project will be constructed in accordance with 
the scope, design and project limits as described in the final 
prospectus and in accordance with the plans and specifica- 
tions approved by the county engineer. 

(d) The county will notify the county road administration 
board when a construction contract has been awarded and/or 
when construction has commenced, and when the project has 
been completed. 

(e) The county road administration board will reimburse 
counties on the basis of monthly progress payment vouchers 
received and approved on individual projects in the order in 
which they are received in the county road administration 
board office, subject to the availability of RATA funds 
apportioned to the region; or subject to a minimum regional 
balance determined by the CRABoard for the purposes of 
cash flow; provided however, that if insufficient RATA funds 
are available or the legislature fails to appropriate sufficient 
RATA funds, payment of vouchers may be delayed or 
denied. 

(f) The county will reimburse the RATA in the event a 
project postaudit reveals ineligible expenditures of RATA 
funds. 


(2009 Ed.) 


Processing of RAP Vouchers 


(g) The county may be required to reimburse the RATA 
in the event of early termination in accordance with the pro- 
visions of chapter 136-167 WAC. 

(h) The county agrees to amend the contract in cases 
where: 

(i) Additional RATA funds have been requested and 
approved under chapter 136-165 WAC; 

(ii) Other relief from the original scope, design or project 
limits has been approved by the county road administration 
board under chapter 136-165 WAC; or 

(iii) A project has been terminated without full RATA 
reimbursement under WAC 136-167-030(2). 

(i) The county agrees to provide periodic project devel- 
opment progress reports as requested by the county road 
administration board. 

[Statutory Authority: Chapter 36.79 RCW. 01-05-008, § 136-170-030, filed 
2/8/01, effective 3/11/01; 99-01-021, § 136-170-030, filed 12/7/98, effective 
1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-170-030, filed 8/12/96, effective 9/12/96. Statutory Authority: RCW 
36.79.060. 94-16-112, § 136-170-030, filed 8/2/94, effective 9/2/94. Statu- 


tory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-170-030, 
filed 7/30/84.] 


WAC 136-170-040 Combining of CRAB/county con- 
tracts. In those cases when a county desires to combine two 
or more adjacent RATA funded projects into a single con- 
struction contract, the county, prior to advertising for the con- 
struction contract, or prior to commencing construction 
should any of the projects be scheduled for completion by 
day labor, must make a formal written request to the county 
road administration board to combine the projects into a sin- 
gle project, assuring that the original prospectus work will be 
accomplished as originally proposed or as previously revised 
by the county road administration board, regardless of the 
applicable maximum project RATA contribution. 

Upon receipt of a letter of request to combine, and con- 
sideration and approval by the director of the county road 
administration board, a revised CRAB/county contract will 
be prepared and sent to the county for its execution and 
returned in the same manner as for the original contract(s). 
Projects shall be considered adjacent if they have a common 
terminus. 

[Statutory Authority: Chapter 36.79 RCW. 08-16-044, § 136-170-040, filed 
7/29/08, effective 8/29/08; 99-01-021, § 136-170-040, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: RCW 36.79.060. 94-16-112, § 136-170- 
040, filed 8/2/94, effective 9/2/94.] 


WAC 136-170-050 Combining of RATA funded 
project with non-RATA funded project. In those cases 
when a county desires to combine a RATA funded project 
with one or more non-RATA funded projects, the county, 
prior to advertising for the construction contract, or prior to 
commencing construction should any of the projects be 
scheduled for completion by day labor, shall notify the 
county road administration board in writing of its plans to 
combine the projects into a single construction project, assur- 
ing in writing that the work items assigned to the RATA 
funded section will remain distinct and separate through the 
bid documents and contract plans. 

Upon verification that the request is submitted in a 
timely manner, that the combined project will meet the con- 
ditions of the CRAB/county contract and prospectus require- 


(2009 Ed.) 


136-180-010 


ments, and that RATA funded items of work will be suffi- 
ciently separated from other work, the CRAB director will 
respond in writing, to grant the combination. 


[Statutory Authority: Chapter 36.79 RCW. 08-16-044, § 136-170-050, filed 
7/29/08, effective 8/29/08.] 


WAC 136-170-060 Splitting or phasing of 
CRAB/county contracts. (1) A county may split a single 
tural arterial trust account funded project into multiple adja- 
cent phased construction projects only upon written request 
and approval by the county road administration board. 

(2) The county must submit the request prior to advertis- 
ing for the construction contract, or prior to commencing 
construction should any of the projects be scheduled for com- 
pletion by day labor. 

(3) Upon receipt of the county's written request to split a 
RAP project, the CRAB director will consider and may 
approve the split. 

(4) Upon such approval, a revised CRAB/county con- 
tract will be prepared, and sent to the county for its execution 
and returned in the same manner as for the original contract. 
The final contract must be fully executed prior to advertise- 
ment for contract construction, or if done by day labor, prior 
to commencing construction. 

(5) Funding for split projects will be assigned based 
upon the breakdown of costs specified in the county's request 
letter. 

(6) Failure of a county to execute an amended CRAB/ 
county contract within forty-five days of receipt shall nullify 
any split requests and any other county road administration 
board actions associated with the split request. 

(7) Construction on at least one of the split projects must 
commence by the lapsing date of the original project and all 
remaining portions must proceed to construction within two 
years of commencement of the first project. In the event the 
county fails to meet either of these timelines, repayment of 
expended RATA funds for all portions or phases of the 
projects will be required unless waived by the county road 
administration board in keeping with provisions of WAC 
136-167-030. 

(8) Split projects will be considered ineligible for any 
increases in RATA funding or revisions in scope. 


[Statutory Authority: Chapter 36.79 RCW. 08-16-044, § 136-170-060, filed 
7/29/08, effective 8/29/08.] 


Chapter 136-180 WAC 
PROCESSING OF RAP VOUCHERS 


WAC 

136-180-010 Purpose and authority. 
136-180-020 Voucher form. 
136-180-030 Voucher approval. 
136-180-040 Payment of vouchers. 


WAC 136-180-010 Purpose and authority. RCW 
36.79.160 provides that counties shall submit vouchers for 
payment of the RATA share of the cost of work completed on 
each RAP project. This chapter describes the manner in 
which the county road administration board will implement 
the provisions related to payment of vouchers. 
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[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-180-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-180-010, filed 8/12/96, effective 9/12/96. Stat- 
utory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-180- 
010, filed 7/30/84.] 


WAC 136-180-020 Voucher form. The county road 
administration board shall prepare and distribute to all coun- 
ties with approved RAP projects, voucher forms for use in 
requesting progress payments and final payment for each 
approved RAP project. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-180-020, filed 


12/7/98, effective 1/7/99. Statutory Authority: Chapter 36.78 RCW. 84-16- 
065 (Order 56), § 136-180-020, filed 7/30/84.] 


WAC 136-180-030 Voucher approval. The county 
constructing each RAP project may submit vouchers monthly 
as the work progresses and shall submit a final voucher after 
completion of each RAP project for the payment of the 
RATA share of the project cost. The chair of the county road 
administration board or his/her designee shall approve such 
vouchers for payment to the county submitting the voucher. 
[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-180-030, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-180-030, filed 8/12/96, effective 9/12/96. Stat- 


utory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-180- 
030, filed 7/30/84.] 


WAC 136-180-040 Payment of vouchers. Upon 
approval of each RAP project voucher by the chair of the 
county road administration board or his/her designee, it shall 
be transmitted to the state treasurer for preparation of the 
RATA warrant. The RATA warrant will be returned to the 
county road administration board and transmitted directly to 
each county submitting a voucher. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-180-040, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-180-040, filed 8/12/96, effective 9/12/96. Statutory 
Authority: RCW 36.79.060. 94-10-021, § 136-180-040, filed 4/27/94, effec- 


tive 5/28/94. Statutory Authority: Chapter 36.78 RCW. 84-16-065 (Order 
56), § 136-180-040, filed 7/30/84.] 


Chapter 136-210 WAC 
DESIGN STANDARDS FOR RURAL ARTERIAL 


PROGRAM PROJECTS 
WAC 
136-210-010 Purpose and authority. 
136-210-020 Applicable design standards. 
136-210-030 Deviations from design standards. 
136-210-040 Report of assistant secretary for highways and local pro- 
grams. 
136-210-050 Project approval with deviation. 


WAC 136-210-010 Purpose and authority. RCW 
36.79.060(2) provides that the county road administration 
board shall adopt reasonably uniform design standards for 
county rural arterials and collectors that meet the require- 
ments for trucks transporting commodities. This chapter 
describes how this statutory requirement will be implemented 
by the county road administration board. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-210-010, filed 


12/7/98, effective 1/7/99; 97-24-069, § 136-210-010, filed 12/2/97, effective 
1/2/98. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
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136-210-010, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 84-16-065 (Order 56), § 136-210-010, filed 7/30/84.] 


WAC 136-210-020 Applicable design standards. 
Geometric design of all RAP projects including all bridges 
shall, unless otherwise approved by the CRABoard, be in 
accordance with the city and county design standards for the 
construction of urban and rural arterials and collectors as 
adopted November 30, 1994, or as they may be revised from 
time to time thereafter in accordance with RCW 35.78.030 
and 43.32.020. 


[Statutory Authority: Chapter 36.79 RCW. 01-17-104, § 136-210-020, filed 
8/21/01, effective 9/21/01. Statutory Authority: RCW 36.78.070 and 
36.79.060. 96-17-013, § 136-210-020, filed 8/12/96, effective 9/12/96. Stat- 
utory Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-210- 
020, filed 7/30/84.] 


WAC 136-210-030 Deviations from design stan- 
dards. Deviation from the specified design standards may be 
requested by the county engineer in responsible charge of the 
project when circumstances exist which would make applica- 
tion of adopted standards exceedingly difficult. Whenever a 
deviation request is to be made on a project, it shall be so 
noted on the project application submitted in accordance with 
WAC 136-161-050. Request for deviation shall be made to 
the WSDOT assistant secretary for highways and local pro- 
grams. 


[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-210-030, filed 
2/8/01, effective 3/11/01; 98-09-070, § 136-210-030, filed 4/20/98, effective 
5/21/98. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, § 
136-210-030, filed 8/12/96, effective 9/12/96. Statutory Authority: Chapter 
36.78 RCW. 84-16-065 (Order 56), § 136-210-030, filed 7/30/84.] 


WAC 136-210-040 Report of assistant secretary for 
highways and local programs. Whenever the CRABoard 
meets to approve RAP projects the assistant secretary for 
highways and local programs shall provide a written report 
on his action in response to deviation requests, if any, made 
on individual projects. Failure of the assistant secretary for 
highways and local programs to report in response to a devi- 
ation request within thirty days of receipt of such request 
shall be considered as approval. 


[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-210-040, filed 
2/8/01, effective 3/11/01. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-210-040, filed 8/12/96, effective 9/12/96. Statutory 
Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-210-040, filed 
7/30/84.] 


WAC 136-210-050 Project approval with deviation. 
After having received the report of the assistant secretary for 
highways and local programs in response to deviation 
requests, the CRABoard shall proceed with RAP project 
approval in accordance with WAC 136-161-050. Proposed 
projects for which the deviation request has been denied shall 
not be approved. 


[Statutory Authority: Chapter 36.79 RCW. 01-05-009, § 136-210-050, filed 
2/8/01, effective 3/11/01. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-210-050, filed 8/12/96, effective 9/12/96. Statutory 
Authority: Chapter 36.78 RCW. 84-16-065 (Order 56), § 136-210-050, filed 
7/30/84.] 
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Chapter 136-300 WAC 
ADMINISTRATION OF THE COUNTY ARTERIAL 


PRESERVATION PROGRAM 
WAC 
136-300-010 Purpose and authority. 
136-300-020 Adoption of rules. 
136-300-030 Delegation of authority. 
136-300-040 Staff services and facilities. 
136-300-050 Distribution of CAPA funds. 
136-300-060 Annual county arterial preservation programs. 
136-300-070 Allowable activities within CAPP. 
136-300-080 Accounting and audit provisions. 
136-300-090 Submittal of annual report. 


WAC 136-300-010 Purpose and authority. RCW 
46.68.095(4) provides that the county road administration 
board shall administer the county arterial preservation pro- 
gram (CAPP) and the county arterial preservation account 
(CAPA) established by this statute. This chapter describes the 
manner in which the county road administration board will 
implement the several provisions of the statute. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-300-010, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-300-010, filed 8/12/96, effective 9/12/96. Statutory 


Authority: RCW 36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
300-010, filed 11/6/90, effective 12/7/90.] 


WAC 136-300-020 Adoption of rules. The county road 
administration board shall adopt rules in accordance with the 
provisions of the statute for purposes of administering the 
CAPP regarding the following: 

(1) Distribution of (CAPA) funds. 

(2) Pavement management systems. 

(3) Preparation of annual county arterial preservation 
programs. 

(4) Allowable activities for CAPA funding. 

(5) Accounting and audit provisions. 

(6) Annual CAPP report. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-300-020, filed 
12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.- 
060. 96-17-013, § 136-300-020, filed 8/12/96, effective 9/12/96. Statutory 


Authority: RCW 36.78.070 and 1990 c 42. 90-22-082 (Order 81), § 136- 
300-020, filed 11/6/90, effective 12/7/90.] 


WAC 136-300-030 Delegation of authority. In order 
to assure effective and timely administration of the CAPP the 
county road administration board may, by resolution, dele- 
gate specific administrative authorities to its executive direc- 
tor. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-300-030, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 1990 c 
42. 90-22-082 (Order 81), § 136-300-030, filed 11/6/90, effective 12/7/90.] 


WAC 136-300-040 Staff services and facilities. The 
county road administration board shall arrange for all neces- 
sary staff services and facilities necessary for the efficient 
administration of the county arterial preservation program. 
The costs of such services and facilities as well as all other 
lawful expenses of the county road administration board that 
are attributable to CAPP shall be paid from the county arterial 
preservation account in the motor vehicle fund. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-300-040, filed 


12/7/98, effective 1/7/99. Statutory Authority: RCW 36.78.070 and 1990 c 
42. 90-22-082 (Order 81), § 136-300-040, filed 11/6/90, effective 12/7/90.] 
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WAC 136-300-050 Distribution of CAPA funds. (1) 
Certification of county arterial mileage. 

(a) Classification. The statute specifies that expenditure 
of CAPA funds is restricted to paved arterials in the unincor- 
porated area of each county. Arterials are defined as being 
those county roads: 

(i) In urban areas, classified within the federal functional 
classification system as arterials or collectors; 

(ii) In rural areas, classified within the federal functional 
classification system as arterials, major collectors, or minor 
collectors. 

(b) Paved roads are defined as those roads which, at the 
time of CAPA allocation determination, are hard-surfaced 
through the application of a bituminous surface treatment 
(BST), asphaltic concrete pavement (ACP), or portland 
cement concrete (PCC). Brick or block surfaces shall also be 
considered as paved. 

(c) Source of information. The master county road log as 
maintained by the county road administration board in accor- 
dance with chapter 136-60 WAC shall be the source of offi- 
cial paved road mileage to be used for CAPA distribution. 

(2) Establishment of allocation percentages. At its first 
regular meeting after July 1 of each year, the county road 
administration board shall establish the next calendar year's 
allocation percentages for the individual counties based on 
information contained in the most recently certified master 
county road log. Each county's allocation percentage shall be 
computed by the county road administration board as its per- 
centage of paved arterial lane miles of the total statewide 
paved county arterial lane miles. 

(3) Notice to counties. Upon their establishment, the 
county road administration board shall notify the county leg- 
islative authority and the county engineer of each county of 
the respective county's CAPA allocation percentage and the 
latest estimate of the amount of CAPA funds to be allocated 
during the next calendar year. 

(4) Distribution to counties. Distribution of allocated 
CAPA funds shall be done monthly by the state treasurer. 
The state treasurer shall use the allocation percentages pro- 
vided by the county road administration board as computed 
under the provisions of subsection (2) of this section. 

(5) Eligibility. All arterial preservation work and related 
activities, and maintenance management done by each 
county shall be eligible for CAPA funding provided that: 

(a) The county is determined to be in compliance with 
the pavement management system requirements as set forth 
in chapter 136-70 WAC; and 

(b) The county engineer submits the annual CAPA pro- 
gram as required in WAC 136-300-060; and 

(c) The work is in conformance with the allowable activ- 
ities as specified in WAC 136-300-070. 

[Statutory Authority: Chapter 36.79 RCW. 06-11-067, § 136-300-050, filed 


5/12/06, effective 6/12/06; 99-01-021, § 136-300-050, filed 12/7/98, effec- 
tive 1/7/99] 


WAC 136-300-060 Annual county arterial preserva- 
tion programs. Each county engineer shall, in conjunction 
with the county's annual road construction program as 
required by RCW 36.81.130 and chapter 136-16 WAC, pre- 
pare an annual county arterial preservation program. Appro- 
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priate forms will be provided by the county road administra- 
tion board. 

The county's annual arterial preservation program shall 
consist of a list of all proposed county arterial preservation 
projects and activities as well as total planned expenditure of 
CAPA and non-CAPA funds for maintenance management 
for the ensuing year. In order to evaluate the relative ability of 
CAPA funds to meet the county's total arterial pavement 
preservation needs, the annual county arterial preservation 
program shall identify those projects for which CAPA fund- 
ing is available. 

The county engineer shall submit the proposed county 
arterial preservation program to the county road administra- 
tion board along with the county's annual road program and 
budget in accordance with chapter 136-16 WAC. 

[Statutory Authority: Chapter 36.79 RCW. 06-11-067, § 136-300-060, filed 


5/12/06, effective 6/12/06; 99-01-021, § 136-300-060, filed 12/7/98, effec- 
tive 1/7/99.] 


WAC 136-300-070 Allowable activities within CAPP. 
For all CAPA-funded projects that involve structural resur- 
facing, the existing road must meet the following minimum 
width standards: 


Shouldered roadway sections: 


Current ADT Lane width Shoulder width 

0 to 100 9 feet 2 feet 

101 to 400 10 feet 2 feet 

401 to 4000 10 feet 2 feet 

Over 4000 11 feet 4 feet 
Curbed roadway sections (minimum lane width): 

One-way 

Two-way & two-way 

Current ADT undivided divided 

All 10 feet 9 feet 


All roadways built to less than the above standards for which 
a county proposes to perform structural resurfacing must be 
widened with other than CAPA funds. 

Use of county arterial preservation account funds shall 
be limited to the following three groups of activities: 

(1) Implementation of computerized systems to include: 

(a) Acquisition of computer hardware and software that 
may be necessary to operate a computer-based pavement 
management and maintenance management systems. 

(b) Pavement management system training not otherwise 
provided by the county road administration board. This can 
include software usage, pavement condition surveying, and 
other specialized training directly related to the operation and 
maintenance of a computer-based pavement management 
system. 

(c) Payment for related services such as data entry, pave- 
ment condition surveys, and rental of specialized PMS- 
related equipment such as road raters. 

Acquisition of equipment other than computer hardware 
as described in (a) of this subsection is not eligible. 

(2) Direct and attributable indirect costs associated with 
paved surface preservation and rehabilitation activities on 
existing roadways, and maintenance management activities 
related to all county arterials, including the following: 
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(a) Nonstructural resurfacing projects. These include 
thin asphalt concrete overlays (one-inch or less); bituminous 
seal coats (single and double); slurry seals, sand seals, and 
fog seals; associated tack coats, paving fabrics, and prelevel- 
ing; and associated surface grinding and planing. 

(b) Structural resurfacing projects. These include thick 
asphalt concrete overlays (greater than one inch); portland 
cement concrete overlays; associated tack coats, paving fab- 
rics, and preleveling; associated surface grinding and plan- 
ing; and hot/cold bituminous road mixes. 

(c) Associated activities. These include crack sealing 
(bituminous and portland cement pavements); full-depth, 
structural patching done in preparation for structural or non- 
structural overlays or seals; portland cement pavement joint 
reconstruction undersealing, panel jacking and panel replace- 
ment; and other related activities as are directly attributable 
to nonstructural and structural resurfacing projects. 

(d) Maintenance management activities. These include 
creating maintenance management reports and training in 
maintenance management per the requirements listed in 
chapter 136-11 WAC. 

(3) Resurfacing work associated with the reconstruction 
and/or widening of existing paved arterials. This participa- 
tion is limited as follows: 

(a) The present roadway is a paved county arterial as 
defined by WAC 136-300-050; 

(b) The county's approved pavement management sys- 
tem has identified the existing pavement as requiring resur- 
facing within two years of the expected reconstruction/wid- 
ening project completion date; 

(c) The reconstruction/widening project will bring the 
roadway to at least the lane and shoulder width standards and 
non-CAPA funding requirements of this section; 

(d) The CAPA participation will be limited to the resur- 
facing portion of the project as described in this section. 
[Statutory Authority: Chapter 36.79 RCW. 06-11-067, § 136-300-070, filed 


5/12/06, effective 6/12/06; 99-01-021, § 136-300-070, filed 12/7/98, effec- 
tive 1/7/99.] 


WAC 136-300-080 Accounting and audit provisions. 
(1) Accounting requirements: 

(a) Deposits. Upon receipt of CAPA funds from the state 
treasurer, each county shall deposit them in a separate BARS 
revenue account within the county road fund or in a fund sep- 
arate from the county road fund. The county engineer shall 
evaluate the capabilities of the county road fund accounting 
system and select the method of deposit and related account- 
ing. 

(b) Expenditures. Expenditures of these funds shall be 
solely for CAPA-eligible work and must be separately identi- 
fied within each county's road fund expenditure reporting 
system. 

(2) Audit provisions. CAPA audits may be conducted by 
the state auditor's office and will normally be conducted in 
conjunction with the audits required by RCW 43.09.260 and 
36.80.080. Special audits of specific CAPP activities or 
projects may be accomplished at the request of the county 
road administration board. The costs of such special audits 
shall be the responsibility of the county road administration 
board. 


(2009 Ed.) 


County Ferry Capital Improvement Program 


(3) Scope of audits. The audit of any CAPP project or 
activity shall include, but not be limited to, the review of the 
county's compliance with: 

(a) The provisions of the enabling legislation; and 

(b) The rules in Title 136 WAC regarding implementa- 
tion and administration, with detailed review of the applica- 
tion of CAPA funds and the various reporting requirements. 
The audit shall also include a review of the financial account- 
ing and reporting of all CAPA funds. 

(4) Noncompliance, questioned costs, and post-audit 
penalty. If the audit ofa CAPP activity or project reveals any 
area of noncompliance and/or questioned costs, then such 
exceptions shall be subject to comment by the examiner 
within the audit report. In the event an exception has been 
noted within the audit report, it shall be the duty of the county 
road administration board to evaluate the noted discrepancy. 
Discrepancies may be cause for the county road administra- 
tion board to order the payback of any CAPA funds that have 
been expended on ineligible activities and/or withdrawal or 
denial of the certificate of good practice of the county in 
question as provided in chapter 136-04 WAC. 


[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-300-080, filed 
12/7/98, effective 1/7/99.] 


WAC 136-300-090 Submittal of annual report. The 
county road administration board shall prepare and distribute 
to all counties standard reporting forms for use by the county 
engineer to annually summarize the pavement preservation 
and maintenance management activities, both CAPA and 
non-CAPA funded, in his or her county. For all CAPA- 
funded work, the report will require a specific listing of roads 
improved including a definition of scope of work and the 
amount of CAPA funds expended, as well as a listing of the 
county's share of CAPA funds used for maintenance manage- 
ment. 

At any time prior to April 1st of the year following, the 
county engineer shall, in conjunction with the annual con- 
struction report required by WAC 136-16-050 submit an 
annual summary of pavement preservation activities on the 
entire paved road system. This report shall be on the 
approved forms or in an equivalent format. 

[Statutory Authority: Chapter 36.79 RCW. 06-11-067, § 136-300-090, filed 


5/12/06, effective 6/12/06; 99-01-021, § 136-300-090, filed 12/7/98, effec- 
tive 1/7/99.] 
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ADMINISTRATION OF THE COUNTY FERRY 
CAPITAL IMPROVEMENT PROGRAM 


WAC 
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136-400-030 Definition of ferry capital improvement projects. 

136-400-040 Six-year transportation program and ferry system four- 
teen-year plan submittal. 

136-400-045 Call for projects. 

136-400-050 Project application. 

136-400-060 Technical review committee. 

136-400-065 Project financing. 

136-400-070 County road administration board action. 

136-400-080 Funding by the legislature. 
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136-400-120 Audit requirements. 
136-400-130 Delegation of authority. 


WAC 136-400-010 Purpose and authority. RCW 
47.56.725(4) provides that the county road administration 
board may evaluate requests for county ferry capital 
improvement funds by Pierce, Skagit, Wahkiakum, and 
Whatcom counties, and, if approved by the board, submit 
said requests to the legislature for funding. This chapter 
describes the manner in which the county road administration 
board will implement the provisions of the act. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-010, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-010, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-400-010, filed 8/12/96, effective 9/12/96. Statutory Authority: 1991 c 


310 § 1(4). 91-21-138 (Order 85), § 136-400-010, filed 10/23/91, effective 
11/23/91.] 


WAC 136-400-020 County and project eligibility. (1) 
Counties eligible to apply for county ferry capital improve- 
ment funds are Pierce, Skagit, Wahkiakum, and Whatcom. 

(2) For the project to be eligible it must be included in 
both the county's six-year transportation program and its 
ferry system fourteen-year long range capital improvement 
plan as described in WAC 136-400-040. 

(3) Any county holding an approved and executed 
county ferry capital improvement program contract is ineligi- 
ble to submit a project funding application for additional 
ferry capital improvement funds until the existing contract is 
fully performed or has been mutually terminated. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-020, filed 


4/28/08, effective 5/29/08. Statutory Authority: 1991 c 310 § 1(4). 91-21- 
138 (Order 85), § 136-400-020, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-030 Definition of ferry capital 
improvement projects. County ferry capital improvement 
projects shall include the following: 

(1) Purchase of new vessels; 

(2) Major vessel refurbishment (e.g., engines, structural 
steel, controls) that substantially extends the life of the ves- 
sel; 

(3) Facility refurbishment/replacement (e.g., complete 
replacement, major rebuilding or redecking of a dock) that 
substantially extends the life of the facility; 

(4) Installation of items that substantially improve ferry 
facilities or operations; and/or 

(5) Construction of infrastructure that provides new or 
additional access or increases the capacity of terminal facili- 
ties. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-030, filed 


4/28/08, effective 5/29/08. Statutory Authority: 1991 c 310 § 1(4). 91-21- 
138 (Order 85), § 136-400-030, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-040 Six-year transportation program 
and ferry system fourteen-year plan submittal. (1) Each 
county's six-year transportation program and ferry system 
fourteen-year long range capital improvement plan shall be 
prepared and adopted in accordance with RCW 36.81.121 
and 36.54.015, respectively, and one copy shall be forwarded 
to the county road administration board no later than Decem- 
ber 31 of each year. 
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(2) Any proposed county ferry capital improvement 
project must be included in both the county's six-year trans- 
portation program and ferry system fourteen-year capital 
improvement plan and must remain on both during all of the 
phases of the project including: 

(a) At the time a county requests a call for projects; 

(b) At the time the county submits a project funding 
application; and 

(c) Until the project is completed or the project is other- 
wise terminated. 

(3) The county ferry capital improvement project cost 
estimates that are included in the county's six-year transpor- 
tation programs and ferry system fourteen-year plans shall be 
considered preliminary and are not binding on actual county 
ferry capital improvement project applications. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-040, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-040, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: 1991 c 310 § 1(4). 91-21-138 (Order 85), § 
136-400-040, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-045 Call for projects. Beginning at the 
2009 regular spring county road administration board meet- 
ing, and continuing once every four years thereafter, one or 
more of the WAC 136-400-010 named counties are invited to 
attend said meeting and request the county road administra- 
tion board issue a call for projects. Based on the information 
provided by the counties and no later than the regular summer 
meeting the same year, the county road administration board, 
and at their sole discretion, may issue a call for projects and 
may include in the call additional or clarifying terms consis- 
tent with all other rules governing the county ferry capital 
improvement program. 


[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-045, filed 
4/28/08, effective 5/29/08.] 


WAC 136-400-050 Project application. Upon a call 
for projects by the county road administration board, each 
application by a county for county ferry capital improvement 
funds shall be made no later than December 31 of the same 
year. 

Project applications shall be submitted on application 
forms supplied by the county road administration board and 
shall include the following information: 

(1) Project description and scope; 

(2) Engineering drawings accurately describing the com- 
plete project; 

(3) Engineering analysis and cost estimate; 

(4) Evidence the applicant first sought funding through 
the public works trust fund or any other available revenue 
source; and 

(5) Comprehensive project financial plan including 
match funding amounts and sources as required by WAC 
136-400-065 and amortization and cash flow schedules. 
[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-050, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-050, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: 1991 c 310 § 1(4). 91-21-138 (Order 85), § 
136-400-050, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-060 Technical review committee. (1) 
A technical review committee shall be created to review 
project applications for county ferry capital improvement 
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funds and present recommendations to the county road 
administration board for approval, denial or further action on 
the applications. 

(2) The committee shall be composed of the following 
members or their designees: 

(a) Executive director of the county road administration 
board; 

(b) Washington state department of transportation high- 
ways and local programs director; 

(c) A Washington state department of transportation 
marine engineer; 

(d) One public works department representative from 
each of the WAC 136-400-010 named counties, each of 
whom shall serve as an ex officio, nonvoting member of the 
technical review committee. 

(3) The technical review committee shall ensure that the 
project applications: 

(a) Meet the applicable statutes and the standards of this 
chapter; 

(b) Adhere to commonly held engineering practices and 
cost effectiveness; and 

(c) Are complete and meet the project application 
requirements listed in WAC 136-400-050, including evi- 
dence the applicant first sought funding through the public 
works trust fund, or other available revenue source. 

(4) The technical review committee shall also develop a 
written report on each project application. The written report 
will include the following elements: 

(a) A project summary; 

(b) A committee evaluation; and 

(c) A committee recommendation based upon WAC 
136-400-065 guidance and including any additional or clari- 
fying terms established by the county road administration 
board's call for projects. 

(5) The technical review committee's written report on 
each project application shall be submitted to the county road 
administration board no later than thirty days prior to the next 
regularly scheduled spring meeting after the project applica- 
tion deadline. 

(6) Technical review committee meetings shall be con- 
vened on an "as needed" basis by the executive director of the 
county road administration board, who shall serve as chair- 
person. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-060, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-060, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-400-060, filed 8/12/96, effective 9/12/96. Statutory Authority: 1991 c 


310 § 1(4). 91-21-138 (Order 85), § 136-400-060, filed 10/23/91, effective 
11/23/91.] 


WAC 136-400-065 Project financing. (1) The maxi- 
mum contribution by the county ferry capital improvement 
program is ten million dollars for any one project and five 
hundred thousand dollars total annual reimbursement to one 
county. 

(2) Depending on whether a county applicant has formed 
a ferry district pursuant to RCW 36.54.110 and generated 
revenue to finance the project, project cost sharing for each 
applicant shall be as follows: 

(a) If ferry district revenues finance greater than thirty 
percent of the proposed project costs, the ferry capital 
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improvement program may contribute up to the remaining 
project cost, subject to the maximum described in subsection 
(1) of this section; 

(b) If ferry district revenues finance greater than five per- 
cent but less than or equal to thirty percent of the proposed 
project costs, the ferry capital improvement program may 
contribute up to fifty percent of the project cost, subject to the 
maximum described in subsection (1) of this section; 

(c) If ferry district revenues finance less than or equal to 
five percent of the project costs, or the county has not formed 
a ferry district, the ferry capital improvement program may 
contribute up to thirty percent of the project cost, subject to 
the maximum described in subsection (1) of this section. 


[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-065, filed 
4/28/08, effective 5/29/08.] 


WAC 136-400-070 County road administration 
board action. (1) The county road administration board shall 
review project applications, along with the reports of the 
technical review committee, at its next regular spring meeting 
following the project application deadline. 

(2) At that time, the county road administration board 
may approve, deny or return the application to the technical 
review committee for further review. 

(3) If the county road administration board returns the 
application to the technical review committee, the board may 
develop supplemental questions and criteria for the technical 
review committee to address. 

(4) Final action by the county road administration board 
on project applications must occur no later than at the next 
regularly scheduled summer meeting following project appli- 
cation deadline. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-070, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-070, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: 1991 c 310 § 1(4). 91-21-138 (Order 85), § 
136-400-070, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-080 Funding by the legislature. 
County ferry capital improvement project requests approved 
by the county road administration board shall be submitted to 
the legislature for funding out of amounts available under 
RCW 46.68.090 (2)(h) as part of the biennial or supplemental 
budget request of the county road administration board. 

The county road administration board shall, within ten 
days of the signing of the transportation budget, notify each 
county having an approved project of such approval and of 
the amount of county ferry capital improvement funding allo- 
cated to each approved project. The county road administra- 
tion board shall offer each county a contract for each 
approved project setting forth the terms and conditions under 
which funds will be provided. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-080, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-080, filed 12/7/98, effec- 


tive 1/7/99. Statutory Authority: 1991 c 310 § 1(4). 91-21-138 (Order 85), § 
136-400-080, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-090 Limitation on use of county ferry 
capital improvement funds. County ferry capital improve- 
ment funds may be used for project design, construction, and 
right of way costs incurred after legislative approval. 
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[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-090, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-090, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: 1991 c 310 § 1(4). 91-21-138 (Order 85), § 
136-400-090, filed 10/23/91, effective 11/23/91.] 


WAC 136-400-100 Terms of county road administra- 
tion board/county contract. The county road administration 
board/county contract shall include, but not be limited to, the 
following provisions: 

(1) Such contract must be signed and returned to the 
county road administration board within forty-five days of its 
mailing by the county road administration board. 

(2) The project will be constructed in accordance with: 

(a) The information furnished to the county road admin- 
istration board; and 

(b) The plans and specifications prepared under the 
supervision of the county engineer. 

(3) The county will notify the county road administration 
board when a contract has been awarded, when construction 
has started, and when the project has been completed. 

(4) The county road administration board will reimburse 
counties based on progress vouchers received and approved 
on individual projects, subject to the availability of county 
ferry capital improvement funds appropriated by the legisla- 
ture. 

(5) The county will reimburse the county road adminis- 
tration board in the event that a project post audit reveals inel- 
igible expenditure of county ferry capital improvement 
funds. Said funds will be returned to the county fuel tax 
account for distribution in accordance with RCW 46.68.120. 
[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-100, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-100, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-400-100, filed 8/12/96, effective 9/12/96. Statutory Authority: 1991 c 


310 § 1(4). 91-21-138 (Order 85), § 136-400-100, filed 10/23/91, effective 
11/23/91.] 


WAC 136-400-110 Voucher approval and payment. 
The county road administration board shall prepare and dis- 
tribute to all counties with approved county ferry capital 
improvement projects, voucher forms for use in requesting 
annual payments for each approved county ferry capital 
improvement project. 

The county road administration board shall approve such 
vouchers for payment to the county submitting the voucher. 
County ferry capital improvement fund warrants shall be 
transmitted directly to each county submitting a voucher. In 
the event that project funds remain unspent after the final 
project payment has been made, the unspent balance will be 
returned to the county-wide fuel tax account for distribution 
in accordance with RCW 46.68.120. 

[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-110, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-110, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-400-110, filed 8/12/96, effective 9/12/96. Statutory Authority: 1991 c 


310 § 1(4). 91-21-138 (Order 85), § 136-400-110, filed 10/23/91, effective 
11/23/91.] 


WAC 136-400-120 Audit requirements. Audits of 
county ferry capital improvement projects may be conducted 
by the state auditor's office and will normally be conducted in 
conjunction with the county audits required by RCW 
43.09.260 and 36.80.080. Special audits of specific county 
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ferry capital improvement projects not required by these stat- 
utes may be accomplished at the request, and at the expense, 
of the county road administration board. 

An audit of any county ferry capital improvement project 
shall include, but not be limited to, a review of the county's 
compliance with the provisions of the statute and these rules. 
The audit shall also include a review of the financial account- 
ing and reporting of those funds associated with and received 
for the county ferry capital improvement project. 

In the event that an exception is noted in the audit report, 
the county road administration board shall evaluate the noted 
discrepancy. Discrepancies may be cause for the county road 
administration board to order the payback of improperly 
expended county ferry capital improvement funds as pro- 
vided in the county road administration board/county con- 
tract. Any such funds returned by a county to the county road 
administration board shall be returned to the county fuel tax 
account for distribution in accordance with RCW 46.68.120. 
[Statutory Authority: Chapter 36.79 RCW. 08-10-026, § 136-400-120, filed 
4/28/08, effective 5/29/08; 99-01-021, § 136-400-120, filed 12/7/98, effec- 
tive 1/7/99. Statutory Authority: RCW 36.78.070 and 36.79.060. 96-17-013, 
§ 136-400-120, filed 8/12/96, effective 9/12/96. Statutory Authority: 1991 c 


310 § 1(4). 91-21-138 (Order 85), § 136-400-120, filed 10/23/91, effective 
11/23/91.] 


WAC 136-400-130 Delegation of authority. In order 
to ensure effective and timely administration of the county 
ferry capital improvement program, the county road adminis- 
tration board or its executive director may delegate, in writ- 
ing, its authority under this chapter. 

[Statutory Authority: Chapter 36.79 RCW. 99-01-021, § 136-400-130, filed 


12/7/98, effective 1/7/99. Statutory Authority: 1991 c 310 § 1(4). 91-21-138 
(Order 85), § 136-400-130, filed 10/23/91, effective 11/23/91.] 
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